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DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE 

PERIOD  ENDING:  March 

27,  1985 

PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED  THIS 
REPORT 
PERIOD 

% 

COMP 

EST 

COMP 

DATE 

630 

Kalispell  Strip 
F  1-2(24)121 

PMS 

1.2  Miles 

Final 
PIH 

45 

July  9 
1985 

830 

Hall  East 
RS  512-1(1)0 

PMS 

1.9  Miles 

Final 
PIH 

23s 

40 

Mar  4 
1986 

804 

Hall  West 
RS  513-1(1)0 

PMS 

2.5  Miles 

Final 
PIH 

3h 

40 

Mar  4 
1986 

268 

Mullan  Road 
RS  263-1(4)1 

G,GS,PMS  &  Structure 
4.2  Miles 

Final 
PIH 

22h 

49 

June 
1985 

603 

Libby  Southeast 
F  1-1(19)38 

PMS 

6.5  Miles 

Final 
PIH 

9 

2 

Mar  29 
1986 

845 

St.  Regis  Northeast 
F  35-1(5)0 

PMS  &  Widening 
3.4  Miles 

Final 
PIH 

1 

Oct  27 
1987 

815 

Kila  East  &  West 
F  1-2(23)99 

PMS  &  Widening 
12.3  Miles 

Prelim 
PIH 

1 

Aug  16 
1985 

788 

Marion  West 
F-HES  1-2(22)90 

PMS  &  Widening 
10.0  Miles 

Prelim 
PIH 

1 

Aug  1 
1985 

024 

Flathead  Co.  Line-South 
F  5-2(3)86 

G,  GS,  PMS 
7.2  Miles 

Plans  to 
Checker 

308^ 

03 

Nov  20 
1986 

243 

Dixon  -  North 
RS  212-1(1)0 

G,  GS,  PMS 
3.2  Miles 

Prelim 
PIH 

15 

Feb  7 
1986 

772 

BRF  6- 

West  of  Dixon  (Revais  Cr.) 
1(28)105 

Structure  &  App. 
0.5  Miles 

Final 
PIH 

-0- 

Nov  13 
1987 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 

ORIGINATING  OFFICE  -  Yellow  Copy  bls/40Ka/STND40 


Sheet  2  of  3 
DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  March  27,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

M-HRS 
NEXT        USED  THIS 
MILE-  REPORT 
STONE  PERIOD 

% 

COMP 

EST 

COMP 

DATE 

649 

Meadow  Creek  -  South 
S  508-1(2)12 

G,GS,PMS,&  Structure  Prelim 
5.5  Miles  PIH 

5 

Jan  1 
1987 

706 

Missoula  -  Bonner 
IR  90-2(75)106 

Cone.  Surf.  Rehab 

Design  193*5 
Planning  Report 

2 

Apr  30 
1986 

837 

2  Miles  S.  of  Poison 
F  5-2(31)57 

Lt.  Turn  Bays 
0.5  Miles 

Final 
PIH  60 

49 

June  1 
1985 

632 

Post  Creek  -  Ronan 
F-HES  5-2(25)38 

PMS 

8.4  Miles 

Final 
PIH  147*5 

30 

Jan  6 
1986 

602 

Big  Fork  South  &  West 
FR  52-1(3)18 

PMS 

16.9  Miles 

Prelim 
PIH 

1 

Aug  14 
1985 

567 

Elk  Hill-Lion  Springs 
F  1-1(12)65 

G,  GS,  PMS 
3.3  Miles 

Final 
PIH 

48 

Nov  13 
1985 

521 

Hamilton  -  Corvallis 
RS  269-1(5)0 

PMS  &  Widening 
6.1  Miles 

Planning 
Report 

- 

Aug  21 
1986 

Blue  Bay  North  &  South 
F  52-1(5)3 

PMS 

18.0  Miles 

Final 
PIH 

1 

Perma  Canyon  Roadway 
RS  382-1(1)1 

F,  GS,  PMS 
2.8  Miles 

Final 
PIH 

45 

635 

Seeley  Lake-Inez  Lake 
FR  83-1(3)15 

PMS  &  Widening 
8.3  Miles 

Final 
PIH 

3 

Oct  30 
1985 

522 

Fisher  River  Bridge 
BRF  1-1(15)57 

Structure  &  Apps. 
0.6  Miles 

Final 
PIH 

49 

Sept  3 
1985 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


bls/40K/STND40 


Sheet  3  of  3 
DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  March  27,  1985 

M-HRS 

NEXT        USED  THIS  EST 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

MILE- 
STONE 

REPORT 
PERIOD 

% 

COMP 

COMP 
DATE 

816 

Big  Fork  -  East 
F  83-1(3)74 

PMS  &  Widening 
8.7  Miles 

Final 
PIH 

2 

May  6 
1986 

634 

Clearwater  Jet  -  East 
FR  24-1(16)32 

PMS  &  Widening 
11.8  Miles 

Prelim 
PIH 

160% 

Oct  22 
1985 

770 

Ovando  -  East 

RTV   —   HTTQ    9A  —  9 f 1  rf^  A  1 

tvir  —  ndo  £H—/.yLOjiij 

PMS  &  Widening 
!<£»  J 

Planning 
Report 

5 

June  21 

1  r\  a  c 

1985 

604 

Eureka  -  South 
F  5-4(2)174  U-l 

G.GS.PMS&  Structure 
12.6  Miles 

Final 
PIH 

11 

Nov  14 
1989 

Ravalli  Weigh  Station 
F  5-2(30)27 

Scale,  Scale  House 
&  Approaches 

Planning 
Report 

4 

5 

Happy's  Inn 
F  1-1(26)69 

PMS 

11.3  Miles 

Planning 
Report 

26 

1 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


bls/40K/STND40 


CMS-14 


DISTRICT:     /rt'Sjsou  <-«=> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       3  -  Zy~QSr 


PROJECT  NO.:      1-rCrlo-i  ( C  I) 
PRO  J.  NAME:     Sr.  &c<S-'s   £T.  £  ^- 

LENGTH:  6*.  6  m,<-<n.  

COUNTY :  M/  *>  


CONTRACT  TIME:      2  Zo  UJoris.**  Q*ya 
ORDER  TO  PROCEED  DATE:  -gy 
%  COMPLETE: 
%  TIME  USED: 


74. 


S3 


CONTRACT  AMOUNT:    $   7;  WC;  8U8,8V 
CONTRACTOR:     i/i/A^/v^r**;   Cjhst.  Co. 
FROM  (town): 
AWARD  DATE: 


H\\  SSo  u  t-m  j  /KIT 


NO.  MEN  EMPLOYED:  o  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     -Tfr/wga  <~  ^Vg  TELEPHONE: 

ADDRESS : 


DATE  WORK  STARTED:     /YIagch  Ss  l9B<J 
PROBABLE  COMPLETION  DATE:  is.,fss 
NO.  DAYS  WORKED  PER  WEEK:  g 
NO.  SHIFTS  PER  DAY:  o 
NO.  HOURS  PER  SHIFT:   


0 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


STrtA  Routs  V7Z 
s  r.  a  g g, 3  .  /r?T 


GENERAL :       Co^,-f^ci-o^    o<~>    u);*Te*>    Stut  &a*jr\>   

gabi^e  5  /0°  7°j  &muos  famed,  Skil  -  t&SLj  u»r/-  ^  9$7>-  s*b- 

-=/Oo7oj     So*e*.l    b.^.uj  :     9f7o^     7p/>r,  ,         8  n  ?o j  Ce^f,  /?aa*/£~y  S  fX.  Poj  

98%  :  a* Sktdnes^s  tl£t££*  5  *>8%-  3/v  "c.rs.-  &7°- 

Pl.Jtlii  QjjL£*c£3.  27  7°:  PA /hi*  Base*  ¥*7o-  c/*rs  "po"  /  A*- oc*  *»~c.  ~-<?e  ?*■ 
Ekm.  ddaul    fJLZ  :  *,f  hr*i»  P;*c-  &</</,*<  />?* -  t£L&± 

tZcjtef  33?.;  cd&itUiJxtt.  &*£jts   ?-Y7oj  /^ct 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  //3Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  / ^  /  9f5T 

PROJECT  NO.:  /  /&  9p -/  f£  l)  Z7  U~(  0  CONTRACT  AMOUNT:     $    7^2,  CZ~7 

PROJ.  NAME:  STgUcTUfltzS  /2SHAB  IL/7ftr/OsJ CONTRACTOR :  P&Cfy?6^fS  IjUc/u+tri*? 

LENGTH :        Q.  2    FROM  (town):      C/ggyfe/^,  UtdjJl 

COUNTY:       APf'nefa/   AWARD  DATE:  7  -  G  ~<t"/  

CONTRACT  TIME:    //Q   UJcr^C-n^  ^C/j  DATE  WORK  STARTED:  /-  /4  -  &  </ 

ORDER  TO  PROCEED  DATE:  Jol^3q  /ftfy  PROBABLE  COMPLETION  DATE:  ~^5~" 

%  COMPLETE:   40%   NO.  DAYS  WORKED  PER  WEEK:  7 

%  TIME  USED:  / %   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:     7    /o    g   NO.  HOURS  PER  SHIFT:  /Q  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Jg{J^   S//(M>y  TELEPHONE:  C  V  9-2.*/ b  O 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    3_  ADDRESS:  /Won  Jj 


GENERAL:  St,  h-C-Wtf* tid £    "A?6c/  ±&  Ou^eclff  "  A  k'A 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /t<fO 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        3  '  2  g  -  g  S 


PROJECT  NO.:  JT/f  ?^-^(7x)  9g  CONTRACT  AMOUNT:  $  99&.  94.3  „  OO 
PROJ.  NAME:    /%j*oc,A    Sh^/  7^  CONTRACTOR:      Z^/i/o  £*~jr7?~ 

9-Y-<?y 


LENGTH: 
COUNTY: 


FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


7-/9  -  XV 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   /  7 

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  y^^/TTELEPHONE : 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


JJL 


f< 


Mi 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-1A 


DISTRICT:     //*>  Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     3 J?J?T 

PROJECT  NO.:     //£   f c?  -  J  ft>0  I 44-     CONTRACT  AMOUNT:     $  /  *777     ^^7.  7-5" 
PRO  J.  NAME:    J^r^u/J  /  CONTRACTOR :    7TZh  &SC  ■ 

LENGTH :     7.4.   jfsdeS   FROM  (town):     Jln-tJL-  #t7T  

COUNTY :      (g^dU^g   AWARD  DATE:  £9  t?&4 

CONTRACT  TIME:         £  g       Lo>  <  £> ,  DATE  WORK  STARTED^  /~/b~&S 

ORDER  TO  PROCEED  DATE:   J?<rz>J-  g^/f^/ PROBABLE  COMPLETION  DATE:     3~Z>  ly  /£f  /?g5~ 

%  COMPLETE:         «Q   NO.  DAYS  WORKED  PER  WEEK:  ^£  

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  _L  

NO.  MEN  EMPLOYED:        >f   NO.  HOURS  PER  SHIFT:  &  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  /j/bq    TT  TELEPHONE:     _j&J  -  ^M~Z^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       ^ ,j ^  ^g.#  

GENERAL:  <J,,J-,„  y^V  ^^c^gM.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  rf?/  SSO'A- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     gfe&tJl  Jt/./'pgS^ 


PROJECT  NO.:  /f/?/^ £~ / f2/)33  CONTRACT  AMOUNT:     $  /t^30  f/£.0f 

PRO  J.  NAME:  J&A.VZt-  ^,V-/^V7y»^/g/^0NTRACT0R:  /?0X.jT  t>€>  ■ 

LENGTH:    ,   FROM  (town):  /£/////?Sr3   

COUNTY:  ^?/*^# d& AWARD  DATE:  -2  -g-   

CONTRACT  TIME:  / £■  <Q        /)  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:     4-/6-  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   ^   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   ^   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   4*dA&zjJzL  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:         p//-/ /?J  ^jjfZ? 


GENERAL:  P>/-z £.&s?5  d^tL^tML^,  a&h* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  //^Z2 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


7 


PROJECT  NO.:  CONTRACT  AMOUNT:     $  fL/g^^0 

PRO  J.  NAME:     /fas  _  g&feg  gjj^   CONTRACTOR:    /"Art  Ay         ^  * 

LENGTH :   £0   FROM  (town):  ~/^^//yd„  /g/T? 

COUNTY :       fa,/*//,  AWARD  DATE:  /2-~4~-#4-  

CONTRACT  TIME:      ^      LjJo  fL/H^t  /by*  DATE  WORK  STARTED :   


ORDER  TO  PROCEED  DATE:   _  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:        £>   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:       &  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:     _£2   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    /tftf&uJZ&ljJ*  *l  TELEPHONE:  3&?~4fjLo 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      /hCn*,  jJ&LU 

GENERAL :     /^^rC^^rL^  j/J^mC     Oh  jfyl" / /  f 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:       // £>  # 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     £  "  XJ' 


PROJECT  NO.:        p  *)  -  Z  fa)  9  2  CONTRACT  AMOUNT:     $  0.  -Jfr 


■  NAME:  /AJarijffcJj*  Brock M  CONTRACTOR:  ^gj gg^g.  // 
rH:  M^LlS  FROM  (town): 


PRO  J. 
LENGTH: 

COUNTY :    AWARD  DATE:   J  sir?*  J/ffSS^ 

CONTRACT  TIME:         /Jj0  cl) .  /O \  DATE  WORK  STARTED:  3  -  2,^  -  g  j> 

ORDER  TO  PROCEED  DATE:    ^  -  R  3~      PROBABLE  COMPLETION  DATE:        ?~  Z<$-3jf 

%  COMPLETE:            #  NO.  DAYS  WORKED  PER  WEEK:  *jT 

%  TIME  USED:         &     NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  3                  NO.  HOURS  PER  SHIFT:  <? 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     J  ,  d.hlli^      £        TELEPHONE:       ^49  ~6  *J9  / .  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _2_       ADDRESS:  f£&£    *  70  /3 

GENERAL:  <^  Ss9-r7 //-^  r  lh  r  //J^A*  /9&r-^X 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  ££teS64&* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  A/aa^m 


PROJECT  NO.  :  £££~Zj6&ULZ. 


LENGTH:  ■— i  

COUNTY :  M,^s~*  

CONTRACT  TIME:  m/ 


CONTRACT  AMOUNT: 
CONTRACTOR:  ^ 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  *Zz*&Z&£. 

%  COMPLETE:  ys?  c'/<=>  

%  TIME  USED:  ~7{?  %>  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  — 

PROJECT  MANAGER:     j/*^*,  J?.  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /  ADDRESS: 


GENERAL: 


-  C, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  /V/_5S^^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       3  -ZJT-&Z~ 


PROJECTNO.:  Z*-2^/W  

PRO  J.  NAME:       ^  XW^a. 

LENGTH :        ^.//     *r/**  ^  

COUNTY:   


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  1>~C>% 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


Z~7 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 
CONTRACTOR :      /V^  T^^^^  Ge**£i  . 

FROM  (town):  ^  

AWARD  DATE:       y^-jy  ~M  *  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  — 

PROJECT  MANAGER:  A  6,4*0  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / ADDRESS: 


GENERAL:       (^si^rsZ ^ ^  A/f/g       <?r»gr^^   KV&jgj:      <=w  3 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  /ff/SSo^y? 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    /flA&ed  .?/.  IMggL 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  TIME: 


Co  n£JZ 


ORDER  TO  PROCEED  DATE:     j?  _  </  .  g  g- 

%  COMPLETE:   

%  TIME  USED:  d> 


NO.  MEN  EMPLOYED: 


JLA. 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  HcS.XJlC  .  «2  3 
CONTRACTOR:  Cdd&M  i=xr*i/+rs,^  /A/a 

FROM  (town):  jCa-H&S     AsU) . 


AWARD  DATE: 


DATE  WORK  STARTED:    ^g>/  /rf,  /9ly5 
PROBABLE  COMPLETION  DATE:    JujLy  /<?#g 
NO.  DAYS  WORKED  PER  WEEK:  £ 

NO.  SHIFTS  PER  DAY:   J_ 

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   J,^  J  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS:       &&J6e*       Dt<L  / 


GENERAL :  £&t£&Jil  MitZ  &L£aL  £&t4J*l&  5j££sUjSjL  /Z*^,,) 
SeSLSLsv  3%%  Ct> T£.  S /f    ^.sr^.^^/^J    /rr    JZ  ^ 

Du  f  Z2:  G<pos>  oJe r//^.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ?  -  g. 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH :   

COUNTY: 


/,  2.   


CONTRACT  TIME:  -75-  u^*,^* 

ORDER  TO  PROCEED  DATE:       4—/*.  gg- 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


$ 


  -2--  S--  3a-  


DATE  WORK  STARTED: 


4  -  *  !- 


PROBABLE  COMPLETION  DATE:  7-/-  g  r 
NO.  DAYS  WORKED  PER  WEEK:  3- 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  g  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:   ej&£k&     T* tUdg. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  <- 


7^  a.  -  4*3S 


GENERAL :  co^/-r/i^>  c  -rose-       /z^e n o       6.      £T<£-a  \/&~T,t,t^       /^/t*-nn  ■jx2&32£££. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:    /tf,'*s  *  U  IjU 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ////j  ht/)3/.  /■/ 


PROJECT  NO.:      A?  C^)  CONTRACT  AMOUNT:     $    &±£2  #£7,//) 

PRO  J.  NAME:    /7?/j^  /  /fyi   -A?,  'sso  *  h  CONTRACTOR :     Z*>s>4  }!ayf.^. 


LENGTH: 
COUNTY: 


FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:  /Of) 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /60 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  jjZjL 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  ^T.//)////'*-7V  / 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 

3-26-83 


FOR  THE  PERIOD  ENDING 
RTF  1-2(25)123 
RTF  1-1(20)30 
RTF  5-3(19)113 


See  Below* 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH:  7.4 
COUNTY:      Lincoln  -  Flathead 


2.0  8.0 


CONTRACT  TIME:        Thru  Sept.  1,  1984 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   

%  TIME  USED: 


CONTRACT  AMOUNT:     $  583.053.00  

CONTRACTOR:    Glenn  Rehbein  Excavating,  Inc. 
FROM  (town):        Lino  Lakes.  Minn. 
AWARD  DATE:      April  30,  1984  


DATE  WORK  STARTED: 


August  7,  1984 


50% 


NO.  MEN  EMPLOYED: 


0 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


May  1985 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:  N/A  

PROJECT  MANAGER:      K.  Chrisinger  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      0  ADDRESS: 


755-5717 


P.O.  Box  400 


Kalispell.  Mt.  59901 


GENERAL :         No  work  on  the  project  since  last  fall.  The  project  is  on 

 shutdown  until- next  spring  due  to  weather  limitations. 

 Remaining  work  is  the  application  of  seal  &  cover  on  the 

 Libby  project.  


*  LaSalle  Road  north  of  Kalispell 

Libby  North  &  South 
— Kalispell  North  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /W'SSOcS/L/Q 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO .  :  Jt^j&£±A-C£X  O 

PRO  J.  NAME  ://.//o/2S£  -  id.  <£L4C/£rt- 

LENGTH :  SO.*/   

COUNTY:  y^Z^T^^O 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town) :  _ 
AWARD  DATE: 


CONTRACT  TIME: 


/COO  OU.CJ. 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  + — 


PROJECT  MANAGER : 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


TELEPHONE : 
ADDRESS : 


Co/Zrt/*  -  cd,  <£1*/C/4:/t-  /^c^j^cT:    s^/eo^trss  //*S  3<=tTAf 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  26.  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F  5-3(16)126 


Whitefish  West  &  South 


6.3  Miles 


Flathead 


CONTRACT  TIME:       60  Working  Days 


ORDER  TO  PROCEED  DATE:  4/16/85 

%  COMPLETE:   0  

%  TIME  USED:  0 


NO.  MEN  EMPLOYED: 


0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 


830,944.11 


CONTRACTOR: 
FROM  (town): 
AWARD  DATE: 


Peak  Paving  Co..  Inc. 
Sand point ,  Idaho 
October  31,  1984 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.'  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


July  1985 

0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  _ 
EFFECTIVE  OPENING  DATE:  N/A  

PROJECT  MANAGER:      K.  Chrisinger  TELEPHONE:  755-5717 

0  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kalispell.  Mt.  59901 


GENERAL :   A  precons true t ion  conference  has  been  set  for  April  1,  1985. 

 No  estimate  as  to  when  gflg  work  will  begin.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  Mi8Snil1i 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/26/85 


PROJECT  NO 
PRO J.  NAME 

LENGTH:  16.8  Hea 
COUNTY:  Sanders 


F  HRS6-W2M29 


Thompann  Fall  a  NMJ 


CONTRACT  TIME: 


CONTRACT  AMOUNT:  $1.707.943.20 
CONTRACTOR:     m»nn  p.hh.<„  ^  ^ 
FROM  (town):      „nn  Tj,v>.  M<n„ 
AWARD  DATE:  ft/fi/SA  


90  working  daya 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  92 
%  TIME  USED:  48.9 


DATE  WORK  STARTED:     7 ^ 


7/2/M 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS : 


PROJECT  MANAGER:      gAry  Mar1rt 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


755-5717 


5th  Ave,  m  f.  Montana: 
P.O.  Box  400 


Kalispell,  Montana  59901 

GENERAL:        The  project  ifl  shutdown  fnr  the  winter    Work  on  tha  final 
 1»  being  done  as  time  permita.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  /Vf/S<SOCt£& 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  AJ/t^C//  /?8^ 


PROJECT  NO. 
PROJ.  NAME:^W.,/>?/£s  -l£  foJ 

LENGTH:  <?( 3  /V,  

COUNTY:  S?Z^7s/^tfO  

CONTRACT  TIME:      X^Tp   pJ . O, 


CONTRACT  AMOUNT:     $^3  3&B \  £/0.Z8 
CONTRACTOR:  7%C- ST/ife  CcaJsT: 
FROM  (town):  ^ZZgu^g^  <xJ#S//- 
AWARD  DATE:         ? -        -  S3  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE :  /Q  -  'J^~S  3 

%  COMPLETE:   

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


93 


PROBABLE  COMPLETION  DATE:  3uj£y 
NO.  DAYS  WORKED  PER  WEEK:  Q 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE :  ( 

PROJECT  MANAGER :  <fy  rte&rfLv^  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:/^  ADDRESS: 


367-  £G 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  lllflAQilLa_ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/26/8S 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


RS  548-1(5)4 
HES  548-1 r4^S 


W.  Reserve  Dr.  W 
1.7  miles 


Flathead 


CONTRACT  AMOUNT:     $  1.249.387.36 
CONTRACTOR:     AmeHran  Asph.U  InC. 

FROM  (town) 
AWARD  DATE: 


Miasonla 


CONTRACT  TIME:       80  working  djtfl 


9/28/84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  p 

%  TIME  USED:  J)  

NO.  MEN  EMPLOYED:  O 


10/22/84 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


DATE: 

fi/IS/85 

WEEK: 

0 

0 

o 

PROJECT  MANAGER:     Gary  Marin 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


577-5717 


5th  Ave,  m  ft  Montana  

P.O.  Box  400  

Ralispell,  Montana  59901 


GENERAL: 


Lost  and  destroyed  ■  rakes  were  replant  atomt  Hr^n  P<p,  fflnn  rnrr*i.pn,vHng 
drop  Inlets  and  manholes  were  staked  by  state 


engineering  pemoneJ  

Contractor  has  moved  three  dpgers  on  to  the  lob  site.  i?»nMne  — 
have  visually  inspected  the  jnh.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:    yf?,  6 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      fll/lfa*    Z7  MSS 

PROJECT  NO.:      f?S  38~2-  -  /  ( I  )  J  DATE  SURVEY  AUTHORIZED:   

PRO  J.  NAME:      F^/Smrt     6^NVQ^  DATE  WORK  STARTED:       /Z-  5  fiV 

LENGTH:  2.  6    /7l,Us   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  I.  g&g        TELEPHONE:  6>      ?  -  Z^C° 

NO.  PERSONNEL  ASSIGNED:  /  %  COMPLETE:   ^£  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:       //S  g 
PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  /tfaszJi  Z!=f ,  /?3^T 

PROJECT  NO.:  ZC  f  -  /  ff?.  °  DATE  SURVEY  AUTHORIZED:     /fyr//  /  8% 

PRO  J.  NAME:  /jb^  -  &£3S&$J>  DATE  WORK  STARTED:  Z- 

LENGTH:  ^  &>       /?f//<~£  ESTIMATED  COMPLETION  DATE:  L ,  Z3  tfSC* 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  77 '  J0»  jj,^  TELEPHONE:  363  ~  <44~Z 
NO.  PERSONNEL  ASSIGNED:        /&  %  COMPLETE:  S& 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     //^^^  2 jr.  Sf^T 

PROJECTNO.:     /X    <^3-  AS"        DATE  SURVEY  AUTHORIZED:  — 


PRO  J.  NAME:  y  DATE  WORK  STARTED:  //-2~&t- 

LENGTH :  0  s^f/A&  <   ESTIMATED  COMPLETION  DATE:  ^-/jT-^j 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    ^  Ay/  X  .  TELEPHONE:  &££l££!£/L  

NO.  PERSONNEL  ASSIGNED:     3-  £  %  COMPLETE:   ^  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     /^l  /J>sc</fi 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /Vaa<^  /5f?<T 

PROJECT  NO.:    f Z?-/{ (¥~)-23  DATE  SURVEY  AUTHORIZED:       2  ~/5—<$i*- 

PRO  J.  NAME:  ^A^jr**^*  DATE  WORK  STARTED:         ?-Z-~?  z££z 

LENGTH:  /,    A?/^^  ^  ESTIMATED  COMPLETION  DATE:    <f  So  & 

DATE  SUBMITTED  TO  DISTRICT:  —  

PROJECT  MANAGER:  //^ 

*>/?ss  /<? ss/ijr?  TELEPHONE :  j5~-?4 

NO.  PERSONNEL  ASSIGNED:    3—  £  %  COMPLETE:   && 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:      //  3  & 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /J^^l *  ■ 

PROJECT  NO.:  7 -/  ft)  22-  DATE  SURVEY  AUTHORIZED:  ?~Z7~77 

PRO  J.  NAME:     ^g^Lj.  So^J-l  DATE  WORK  STARTED:       /~  8  ~S& 

LENGTH:  &>,  ^~      /ffs  /*?J>  ESTIMATED  COMPLETION  DATE:  <rf-~3G~3^ 

DATE  SUBMITTED  TO  DISTRICT:  '  


PROJECT  MANAGER 
NO.  PERSONNEL  ASSIGNED: 


:  T70.jMif    TELEPHONE:  ^^"^4^ 

%  COMPLETE:  ?  3 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Missoula 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      March  26,  1985 

PROJECT  NO.:      S  508-1(2)12   DATE  SURVEY  AUTHORIZED:  1/3/84 

PRO  J.  NAME:        Yaak  River  Road  DATE  WORK  STARTED:  11/14/84  

LENGTH:  3±  Miles   ESTIMATED  COMPLETION  DATE:  Unknown 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      K.  Chrisinger  TELEPHONE:  755-5717  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  407. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  jn^aa^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/?6/8S  


PROJECT  NO.:  f  S?-1(3)1« 
PRO  J.  NAME:     Mgfork  SMI 


DATE  SURVEY  AUTHORIZED:  w/l/RL 
DATE  WORK  STARTED:  wlu/KL 


LENGTH:   15.9  ml1j.fi 


ESTIMATED  COMPLETION  DATE:  T/i&/as 


DATE  SUBMITTED  TO  DISTRICT:  3/26/8S 

PROJECT  MANAGER:     nary  Marin  TELEPHONE:  7SS-S717 

NO.  PERSONNEL  ASSIGNED:       2-4   %  COMPLETE:  100 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


 L. 


DISTRICT 


0/4  //k. 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      S  ^3/~£5 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


A/a  //.M<4  4 
— -         -  / 

/ZL.  1      /; ;  >  I J  ESTIMATED  COMPLETION  DATE:^V^-  /^ 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER 
NO.  PERSONNEL  ASSIGNED 


TELEPHONE : 
%  COMPLETE: 


3  Zt  -_j 


7 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  /^fl&Sfatltz 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  /  -  3-  fa  2-)  CJ  &  DATE  SURVEY  AUTHORIZED:  2¥ 

PRO  J.  NAME:  ^-5^4^'/^  DATE  WORK  STARTED:  /_z2l2^L 

LENGTH:   //0  3   ESTIMATED  COMPLETION  DATE:  ^/-/-SS^ 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


s-J.   fa   ^e  TELEPHONE :  7  rT^- -5^  7" 7  ^ 


/ 


NO.  PERSONNEL  ASSIGNED:  >  %  COMPLETE:   ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Missoula 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        March  26.  1985 

PROJECT  NO.:      BRF  1-1(23)45   DATE  SURVEY  AUTHORIZED: 


PRO J.  NAME:  Llbby  Creek  -  Miller  Creek    DATE  WORK  STARTED:  1/7/85 


LENGTH:      2000  Ft.  Each   ESTIMATED  COMPLETION  DATE:      April  1985 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:         K.  Chrislnger  TELEPHONE:  755-5717 


NO.  PERSONNEL  ASSIGNED:  4  %  COMPLETE:  757.  Miller  Creek 


95%  Libby  Creek 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


Sheet  1  of  2 
DISTRICT:  Butte 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/28/85 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED  THIS 
REPORT 
PERIOD 

1 

COMP 

EST 

COMP 

DATE 

278-1(4)0 
Jackson  Int.  West 

PMS  Overlay  & 
Widening 

P-I-H 

8 

0 

S  278-1(143 
Jackson  No. 

PMS  Overlay  & 
Widening 

Final 
Design 

8 

100 

1/14/85 

M  0299(4)  Ul 
Anaconda  Streets 

Overlay,  Grading  & 
Drainage 

Final 
Design 

56 

90 

4/5/85 

F  55-3(3)12 

Legion  Ave.  -  Whitehall 

Drainage 

P-I-H 

0 

0 

F  29-1(10)43 
Twin  Bridges  No. 

PMS  Overlay  & 
Widening 

Final 
Design 

16 

100 

12/84 

F  85-1(2)0 

Jack  Rabbit  Lane 

PMS  Overlay,  Grading 
&  Widening 

Final 
Design 

75 

99 

4/5/85 

FR  8-4(9)99 
Three  Forks  No. 

PMS  Overlay  & 
Widening 

P-I-H 

0 

15 

9/86 

F  69-1(2)10 
Boulder-Whitehall 

PMS  Overlay  & 
Widening 

P-I-H 

7 

0 

1/87 

M  1805(2) 

Holmes  Avenue  -  Butte 

Reconst.,  Sidewalk 
Curb,  Gutter  &  St.  Dr. 

P-I-H 

0 

0 

M  0299(4)  U2 
Anaconda  Streets 

Reconstr. ,  Sidewalk, 
Curb,  Gutter  &  St.  Dr. 

P-I-H 

0 

0 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


ST301/DES103 


Sheet  2  of  2 
DISTRICT:  Butte 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/28/85  


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED  THIS 
REPORT 
PERIOD 

% 

COMP 

EST 

COMP 

DATE 

Re         ( nn 

IvO     LUJ     A.  \  1  j  \j 

Harrison-Pony 

PMS  Ovprlav  & 
Widening 

P-T-H 

0 

() 

1  /R6 

1  /  ou 

IR  15-2(51)117 

Buxton  Int.  No.  &  East 

PMS  Overlay  & 
Guardrail 

P-I-H 

82 

60 

5/85 

IR  15-1(72)17 
Lima-Red  Rock 

PMS  Overlay  & 
Guardrail 

P-I-H 

48 

30 

6/85 

IR  15-2(52)126 
Butte  Fence 

Fence  Rehab. 

P-I-H 

0' 

5 

11/85 

IR  90-5(47)240 
Whitehall  West 

PMS  Overlay  & 
Guardrail 

P-I-H 

64 

5 

3/86 

IR  15-1(73)38 
Red  Rock  Int.  No. 

PMS  Overlay  & 
Guardrail 

P-I-H 

8 

0 

3/86 

vf  3/jr 

DISTRIBUTION: 


CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


ST301/DES103 


CMS-14 

DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       29  Mar  85 


IR  OOOB(5) 

PROJECT  NO.:  F  OOOB(ll)   CONTRACT  AMOUNT:    $  1,023,152.00 


PRO  J.  NAME:   Weigh  Scale  Replacement  CONTRACTOR:  Morgen-  &  Oswood  Construction  Oo.,  Inc 

LENGTH:       0.00    Statewide   FROM  (town)  fO  Box  3009,  great  Falls,  Mg  59403 

COUNTY:      Beaverhead   AWARD  DATE:  10-31-84  

CONTRACT  TIME:       120  WD   DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:       Jun  85 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  '  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Caprara   TELEPHONE:  683-6290 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     10        ADDRESS:    PO  Box  1342 


Dillon.  MT  59725-13^2 


GENERAL:  The  Lima  portion  of  contract,  no  work  has  been  done  on  the  Project 
this  period.  .   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

2? 


CMS- 14 


DISTRICT:  fftSTTE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J-^f-tfS 


PROJECT  NO . : 
PRO  J.  NAME:  <^g^g<W  -SfiOTA/ 

LENGTH :  yy^  Sf/,  

COUNTY:   stfapjS&A/ 

CONTRACT  TIME:   /J?£>  /f< D, 


CONTRACT  AMOUNT:     $  3,  3VjS~.  V/7 

CONTRACTOR:  J/M  £xf  /AJC. 

FROM  (town):      &ts7-T£  Af71  

AWARD  DATE:   />/  -30  -£3  

DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:     V-/<£  -^f>/ 

%  COMPLETE:   ^  

%  TIME  USED:   <^7  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


TELEPHONE : 
ADDRESS : 


jr#£.  -  <?^a 


GENERAL:     T^jj    /koJj=^T    MAS    2?£/=M    ^//^/-^  £*£££2L 

 A^o/nc  £d£  Mx) mtsI  a/jEx.t  Co/jst. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      29  Mar  85 


I  ID  15-1(68)44 

PROJECT  NO.: I  ID  15-1(52)46  U-3  CONTRACT  AMOUNT:     $  5,996,110.85 

Armstead  North  -South   - — 

PRO  J.  NAME:  Pipft  Organ  Nort.h-Sniit.h  CONTRACTOR :  J .  J .  Welcome  Construction  Co..  Inc. 

LENGTH :        7.1  Miles   FROM  (town):  Redmond,  Washington  98052 

COUNTY:     Beaverhead   AWARD  DATE:  2-8-85  

CONTRACT  TIME:     180  WD   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:        Jun  86 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  '  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Caprara  TELEPHONE:  683-6290 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:      10       ADDRESS:      PO  Box  1342 


Dillon,  MT  59725 


GENERAL :      6-Man  Creww  Slope  staking  from  Sta.  700+OC.  to  Sta.  830+50.  on 
Pine  Organ  Pro.iect.  Mainline  on  Pipe  Oragn  staked.  Frontage  Road  and  odds  and 
end  left  on  this  Project.  Started  slope  staking  on  Armstead  Project  3-14-85, 
at  3ta.  45 Of 00  to  Sta.  540+00,  this  period.  3-New  men  assigned  to  us a  on  the 
date  3-11-85.  1-Man  in  office  checking  slope  staking  notes  and  complying  field 
for  Project  plus  normal  office  work  this  period.  Contractor  personnel  and 
State  Project  personnel  to  have  a  preconstruction  meeting  on  Project  at  Butte 
District  Headquarters  the  29  th  March  1985.  Work  on  Project  progressing  very 
well. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT:  0*tJ/& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:   2~-J"jg  /£~-Z  /3&   CONTRACT  AMOUNT:  $ 

PROJ.  NAME:    /3« //<?  ' A/? f/Z 

LENGTH :  <3,g  

COUNTY:         r^S/Se^  &£>  ^  


CONTRACTOR : 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:       /Z^T^/tZ-  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^  ADDRESS: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Bi/TTE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         3  -  J?  8  -  85 


PROJECT  NO.  :  r;i-jfaj/^  Q/ 
PRO  J.  NAME:    SsSOjMS.  -tf^SsA/ 

LENGTH :   

COUNTY:  J 5  OA/ 

CONTRACT  TIME:  JV.D, 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE 


$  9/7  J/J-  9Q 


CONTRACT  AMOUNT: 

CONTRACTOR:  A/c  T*-ryX/T  &*ST.  ^ 


FROM  (town):    £/?£Ar  .  A/t 

AWARD  DATE:   <9-2o  - 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  (sM&gjL  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:  £ft>xy    /%T£*    UJ/AL    /?/=    /9/>PZ.s£D    A4*jZaj  lV£/}-T/t£^ 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  _5 ' -JZS'-frS' 


PROJECT  NO.  :  /£  - 3 (4 2)  SSo  V£ 
PRO  J.  NAME:  tfsXNI^E  - 

LENGTH:   /Q. 

COUNTY :  J^^^SosJ  


CONTRACT  TIME: 


AZ£>  M£>. 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED:   


^•-.2?~j-y 

83  


73 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


$  d>81.  48 


CONTRACT  AMOUNT: 
CONTRACTOR:    ^y=?    ^2>A/ST.  . 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER A.  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


f?0. 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  31,1985 


PROJECT  NO.:     1-15-3  (42)  150  U-3 

CONTRACT  AMOUNT:     $  13,569, 

729. 

92 

PROJ.  NAME:  Bernice-Basin 

CONTRACTOR:      Sletten  Const. 

Co. 

LENGTH:              6.9  Miles 

FROM  (town):    iire_t  Falls,  Mont. 

COUNTY:  Jefferson 

AWARD  DATE:  4-30-84 

CONTRACT  TIME:      280  tforkine  Days 

DATE  WORK  STARTED:  5-29-8 

4 

ORDER  TO  PROCEED  DATE:  5-26-84 

PROBABLE  COMPLETION  DATE: 

11-1 

-85 

%  COMPLETE:  42 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  36 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  /6 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      -Jilliara  G.  Bork  TELEPHONE:  225-3962 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _3_       ADDRESS:  Basin,  Mont.. 

Box  118 


GENERAL :   Swan      Sons  Const.  Co.  started  moving  in  and  clearing  3-18-85. 

 Thpy  have  cleared  6.8  Acres. since  then.  Lt.  1110-1130.  

 Blattner  is  pioneering  cut  lt.  1104-1130.  

 Sletf.p.n  Const,  has  just  began  digging  for  earth  wall  footings 

 It.  nf  sffl.   1112  +  32.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


_ 


CMS-14 


DISTRICT:  ButTE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  i-Z^-jtT 


PROJECT  NO.:  _T  A5~-3       $,^0  U3 
PRO  J.  NAME:  JSb^^cF 
LENGTH:               p  ,  3j5~  A//, 
COUNTY:   J^FE/tSOsJ   


CONTRACT  AMOUNT:     $tg/  -jgo;  qm.qa  pTXUCj) 
CONTRACTOR:  Sl£.TT£*l    £Z>aI5T,  , 
FROM  (town):     ^s?£tfT  frtll^  .  A/T. 
AWARD  DATE:   ^-2.*) 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  jS'-^-S'H 

%  COMPLETE:   ^2.  

%  TIME  USED: 


3C> 


NO.  MEN  EMPLOYED: 


/3 


PROBABLE  COMPLETION  DATE:  'JESj 
NO.  DAYS  WORKED  PER  WEEK:  JT 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:  & 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER ://^LD  J.  Wj£BE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


go.  jj* 


j3/)3/Ajy  A/r. 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Butt* 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


3  •  Ay-ers- 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


A5 


5  -  J (fij  ' 


ft*'**  l£t  - 


13 

-J  /4C 


CONTRACT  AMOUNT:  $  /C,  33/,  £5~S  A*. 
CONTRACTOR:     j^qMuOLZS*^  &i2*k 


FROM  (town) 
AWARD  DATE: 


7  -  C  -S"? 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  JLJ 
%  TIME  USED:  ^7./ 
NO.  MEN  EMPLOYED:  S° 


7- Jo -<r  f 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


5~ 


r 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  <r.<T. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


-7 


TELEPHONE: 
ADDRESS : 


f.0  hi.  3oCf 


GENERAL :       <^a ^J-,? /hz-tvA-      0q  "S6   a/7  /*sq/i     G/l/^Q  ,*sc~     s*?"  £>   /*/0*s££/l"s 6 

3/#  "  rot>  s^/l/^i  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:    2130  (Butte) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       February  28,  1985 

PROJECT  NO.:    I  15-3  (*0)l/»3  (Structures)CONTRACT  AMOUNT:  $  

PRO  J.  NAME:     Elk  Park  North   CONTRACTOR:    Cop  Const.  Co.  (subcontractor) 

LENGTH:   FROM  (town):       Billings,  Montana  

COUNTY:        Jefferson   AWARD  DATE:   

CONTRACT  TIME:    DATE  WORK  STARTED:  8-23-8^-  

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:   

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  _0  

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   0  

NO.  MEN  EMPLOYED:      _0   NO.  HOURS  PER  SHIFT:   0  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :  Robert  Gilman  ( Str ' s . )    TELEPHONE:  225-3788  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _0_       ADDRESS:  P.O.  Box  118  

Basin,  Montana  

GENERAL :   No  work  has  been  done  on  the  structure  portion,  of  this  

 project,  during  the  past  four  week  period.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  %,/3Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  /^'-J  &£)/ZS~  CONTRACT  AMOUNT:     $  Jf,  <?C?SZ~/J 

<c/&&erfQl  CONTRACTOR:  4fr~Jt*,/f  7^ 

/Y-jT/W//^  1.  FROM  (town):  /4£t££&Mj&t^  stST" 


PRO J.  NAME 
LENGTH: 
COUNTY: 
CONTRACT  TIME 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  ^ 
%  TIME  USED:  S3 


NO.  MEN  EMPLOYED:     -  £?  " 


AWARD  DATE: 

DATE  WORK  STARTED:  ^/^/s^Y 
PROBABLE  COMPLETION  DATE:  /^-^ 
NO.  DAYS  WORKED  PER  WEEK:       -  - 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  #6  <5V 

PROJECT  MANAGER:    TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  —£7-  ADDRESS: 


GENERAL:      y^/'si*/   >^>/k/  ^^f^y^at^yg^    cfi-/1  ^=^7^/^^/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Butte 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       29  Mar  85  

PROJECT  NO.:     ESS  29-1(9)50   CONTRACT  AMOUNT:     $  53,711.60 

PRO  J.  NAME:  North  of  Twin  Bridges  CONTRACTOR:    L.A.  Construction  

LENGTH:        0.8  Miles   FROM  (town)  ffox  1638,  Harve,  MT  59501 

COUNTY:     Madison   AWARD  DATE:  3-11-85  

CONTRACT  TIME:  20  WD   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:         Jun  85 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Caprara   TELEPHONE:  683-6290   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    10_  ADDRESS:       PC  Box  1342  

Dillon,  MT  59725-1342 


GENERAL :     A  Preconstruction  meeting  for  the  contractor,  and  State  personnel 
vail  be  hold  in  Butte  District  office  the  29  th  March  1985.  No  other  work  done 
on  Project  this  period.  '  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  _g> -JZf-gS' 


PROJECT  NO.  :  <Vt>-X_(/)*g 
PRO  J.  NAME:  J^r   ^  Ms* 
LENGTH:   /.  3  ytf/,  

C0UNTY:   &*n£*S/jZ#/D 

CONTRACT  TIME :   ,?<p   AS  ZD 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 


CONTRACTOR:  ^  J.    r^XTXus  r,n*l 
FROM  (town):      y^W^  sty 77 
AWARD  DATE:   /_  3  -g£~ 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER '.Jam  ^   Z3?o£LL  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


A/e  vajT'I  /^eojsT  Ar&iL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 

DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        29  Mar  85 


PROJFCT  NO  •         F  49-1(2)9 

CONTRACT  AMOUNT:     $  897,903.15 

PROT    NAME-   Dillon  -  Twin  Bridpps 

CONTRACTOR:  Baltrusch  Construction  Co.. 

LENGTH:          7.3  Kiles 

FROM  (town):     Harve,  KT 

59501 

COUNTY:     Beaverhead  -  Madison 

AWARD  DATE:  4-30-84 

CONTRACT  TIME:          70  WD 

DATE  WORK  STARTED:  4- 

30-84 

ORDER  TO  PROCEED  DATE:  4-30-84 

PROBABLE  COMPLETION  DATE 

:        Jun  85 

%  COMPLETE:  97 

NO.  DAYS  WORKED  PER  WEEK 

:  0 

%  TIME  USED:  97 

NO.  SHIFTS  PER  DAY: 

0 

NO.  MEN  EMPLOYED:  c 

NO.  HOURS  PER  SHIFT: 

0 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Caprara   TELEPHONE:  683-629C 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     10_       ADDRESS:      PO  Box  1342  

Dillon,  MT  59725-1342 


GENERAL :     No  work  on  the  Project  this  period . 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


iz 


CMS-14 


DISTRICT: 


tfl/TT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  Bfif  SV-/  £S)-r 
PRO  J.  NAME:  Cjtf&j 

LENGTH:   

COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE 

I  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  3  <?47  9^  t 
CONTRACTOR:   GjJLMkJ  ?  sAfc. 

FROM  (town):      ^j--^  yt^TT  

AWARD  DATE: 


7L=ZZ=£a3. 


DATE  WORK  STARTED: 


8 -JJT-f  3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


£-21  -X£ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   /r?    £2-oSSC*r?  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL :     pKi>f?K    Si^5^Af£>/^£>     /^/t  T/zJ? . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- U 


DISTRICT:  ffurrG. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3  -  J.  8  -  8£ 


PROJECT  NO.:    /y£S   6,9- 1  ( /)  /  / 
PRO  J.  NAME :  ^  JvWsT^ALL 

LENGTH :   xff  A//. 

COUNTY :   JjZ^&P^a/ 

CONTRACT  TIME:   ^  /,<£>. 


ORDER  TO  PROCEED  DATE:  -£^4 

%  COMPLETE:   g£  

%  TIME  USED: 


9& 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  7$?  &  O 

CONTRACTOR:  ^/l£l£  {2>*ST.  <5>. y 

FROM  (town):  ^S4>r  A/t: 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J/?t2r  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:     A&*fi#s*/ys<J  £     A4>X/<    oaJ    V&j.s    /ZcJ&T  6Ssl.L 

&co4e&iz£t££&.  /f/^A/  /rl5&T?*/ze  /&e*/s-r^.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  fij/TT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  J7?  f£ -S ^  WJ  2 SO 
PRO  J.  NAME:  ^T^ffLL  -  QtKDloeLL 

LENGTH :  &.  208  Af/.  

COUNTY :  J^&ttS&Af  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


7-  9 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  V,  670 1  g/7.  A5" 
CONTRACTOR:  /J/Lp£  &sjsT.   &>.^  /A/C. 
FROM  (town):    &/?£#T  /=*LLSy  A/T. 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


 S 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  J*cK  &?,cfc^ort 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  8 


GENERAL:    DyA/#AtiC    tT&Af/i&^rs&sS    /JT    /^x  /?/E<Z  77>  £?£  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3-  2^-^-5' 


PROJECT  NO.  :  X*  <?*S{*S)2£7 
PRO  J.  NAME:  £/?/?Dl<;£LL  /^ST- 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT: 


$  /;  938  967.85 


7,  2  yt/A 


CONTRACTOR:  ////£>r    CmsT.  6>.  /MC. 

^S?&?  T  /-/4LLS  .  A/77 


FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


3-2&-f5 


ORDER  TO  PROCEED  DATE: 

PROBABLE  COMPLETION 

DATE: 

a-j-ss 

%  COMPLETE:  / 

NO.  DAYS  WORKED  PER 

WEEK: 

5 

%  TIME  USED:  £> 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

NO.  HOURS  PER  SHIFT 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J/fcA;  £X/s/tScrt  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     &  ADDRESS: 


GENERAL :  5tjgg3£&l£  /s/ZWZ2-jN<S 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-H 


DISTRICT:  ffyTTZ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S-JX-SS 


PROJECT  NO.:  9#      frs)  3o7         CONTRACT  AMOUNT:     $  /j  ft     6  6.  ? .  35 

PROJ.  NAME:  /&ZJ=A?Atl  Wo.  Sll>£  f  £#ST  CONTRACTOR:    Sfey£J?    &>/4sT.  ^£>. 

LENGTH :  jT.  V    Al/.   FROM  (town):    ^/^y^  <T,  yf/r 

COUNTY:   L  W  t/a/  AWARD  DATE:   


CONTRACT  TIME:   t?p   /V.  D.  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  /Q-yJ-XS 

I  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    AT    £LoSS~o/W  TELEPHONE:  Jj£Zjz£2££1 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:         ^o^s*/s7A/y  /*/77 


GENERAL:     /%>zf  - <^0A/37y?(/<r  T/M    <^2M££&££t££.      JS    Sc:M£:£>L>£ EiO 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  fi^tfe- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/£3/3^ 

PROJECT  NO.:     ^/  ^/ )  CONTRACT  AMOUNT:  $ 

PROJ.  NAME:     ^^tlM^jS£^f^  CONTRACTOR:    ^//sr,  s<£,/*7<*^  &rt..Jl*s  , 

LENGTH :  &  s*?//ej   FROM  (town):    /3*t 77&  S&7~  

COUNTY:         <S//^€y    AWARD  DATE:  3V  

CONTRACT  TIME:         9^,"  U.  Z>.  DATE  WORK  STARTED:        //-  S 

ORDER  TO  PROCEED  DATE:  3 PROBABLE  COMPLETION  DATE:  - gjT 

%  COMPLETE:  //    NO.  DAYS  WORKED  PER  WEEK:  JT_  

%  TIME  USED:       -  CP  -   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:       /5   NO.  HOURS  PER  SHIFT:  &  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  23e/f/*   TELEPHONE:        ^9*/-  3WJZ  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  S^JC   3&  63  

GENERAL:  ^>7  7^e/^  LglfcgZ^^    .S^^^y  ^gj2^S^^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Bullc 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /Vgrcli  J%-ffe5~ 


PROJECT  NO.:     ^ M ? 

PRO  J.  NAME:     /&U*lL  ^Jt.L 


LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $  -5~32  4-70.06 
CONTRACTOR:      W^+S/JL,.  &*£jL& 
FROM  (town):  Sl^aou 


AWARD  DATE:       /M„rL    ll  I  <t  1  *f 


CONTRACT  TIME:       / 4-Q     Lu .  P 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:    Q.  /).  jTJ //^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  jQ_ 


TELEPHONE: 

ADDRESS :      //2Z     West  Ft*  J~ 


GENERAL 


f/ft/raci  g(t>/>J*J  st^zIEt  Cjqu  j&uJjjn        Cm  dLl*. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT: 


Butte  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  27,  1985 


PROJECT  NO.:   M  5809(3)   &  M  5809(4) 


PRO J.  NAME:  Mont.  Ave,  &  Cueter  Ave. 

LENGTH:  0.29  Miles  

COUNTY :  Lewis  and  Clark  

CONTRACT  TIME:       30  Days 


ORDER  TO  PROCEED  DATE:  Aug.  27,1984 

%  COMPLETE:  98  

%  TIME  USED:  88 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  231,694.50 
CONTRACTOR:     Maronick  Const.  Co.,  Inc. 

FROM  (town) :   East  Helena,  Mont.  

AWARD  DATE:   July  27,  1984 


DATE  WORK  STARTED:   Sept.  17,  1984 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


April  15,  1985 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

_       TELEPHONE : 
6  ADDRESS: 


PROJECT  MANAGER:  A.  G.  Reather 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


444-6326 


2701  Prospect 


Helena,  Mt.  59601 


GENERAL :  The  project  is  near  completion.    The  contractor  is  down  for  the  winter 
shut  down  and  will  complete  the  project  when  weather  permits.     There  are  just 
minor  items  to  complete  the  job.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 

DISTRICT:      Butte  213p 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  27 ,  1985 

PROJECT  NO.:     M    5815  (3)   CONTRACT  AMOUNT:     $  1.606.403.09 

PROJ.  NAME:       Cruse  Avenue   CONTRACTOR:     Maronick  Const.  Co.,  Inc. 

LENGTH :  0.3  Miles   FROM  (town):    East  Helena.  Mt.  

COUNTY:  Lewis  and  Clark   AWARD  DATE:     Sept.  28 ,  1984  


CONTRACT  TIME:    100  Working  Days  DATE  WORK  STARTED:  1-16-85 


ORDER  TO  PROCEED  DATE: 

Aoril  15.  1985     PROBABLE  COMPLETION 

DATE: 

Auqust  15 f 

%  COMPLETE:  2 

NO.  DAYS  WORKED  PER 

WEEK: 

5 

%  TIME  USED:  0 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  8 

NO.  HOURS  PER  SHIFT 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     A.  G.  Reather  TELEPHONE:  444-6326 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     6_       ADDRESS:        2701  Prospect  Ave 

 Helena,  Mt.  59601 


GENERAL :  The  prime  contractor  started  moving  dirt  and  fence  3-19-85and  hauling 
excess  material  from  the  project.  Work  on  11th  Avenue  will  begin  when  all  frost 
has  disappeared. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  sg*rrrg 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING 

PROJECT  NO.  :  y&S?  9*2/ 4>  ( &  )  

PRO  J.  NAME:        .  £W>'S  &  X)/*/3 

LENGTH:  (p.  /  rtusri  

COUNTY:  <£s?^*>r/A-J  

CONTRACT  TIME:      g  <T  W-   

ORDER  TO  PROCEED  DATE:  *ggg 

%  COMPLETE:  ■   

%  TIME  USED:  ■  •  

NO.  MEN  EMPLOYED:  ;   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  —  

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^rxW  /?  g^*£+?  TELEPHONE:  <£/99  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  xSVY   

GENERAL:        ^^±j^^fl  igfZZ.  g^fjgjg;  ^££1  ~  


CONTRACT  AMOUNT:  $ 

CONTRACTOR:    

FROM  (town):   

AWARD  DATE:   ; 

DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  J&7~r£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3  -^J>-  fS" 

PROJECT  NO.:    A/  (zj  DATE  SURVEY  AUTHORIZED:  J$~-/7~cF3 

PRO  J.  NAME:  //o£*7jf5  ~/&TaE-    DATE  WORK  STARTED:  /£>  -;j~~<?4 

LENGTH:   /,Q     y&y,   ESTIMATED  COMPLETION  DATE:  §j 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    /gTT   A^/^SoyV  TELEPHONE:  32*4  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   £  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  /?<sTT£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3~Jg-#S 

PROJECT  NO.:    g£        3Q  (3~)   DATE  SURVEY  AUTHORIZED:  9-/4-5**/ 

PRO  J.  NAME :  s*f(/^£;L3rt£lL  <PJs£aJA/£P  DATE  WORK  STARTED:  -  3  -tf V 

LENGTH:   /.  &    ESTIMATED  COMPLETION  DATE:  <V~Z& 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /fg    j{&£>5S&**  TELEPHONE:  3~<?7-3~7&S'  

NO.  PERSONNEL  ASSIGNED:  V  %  COMPLETE:  90  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221E 


DISTRICT:  BuT-r£L 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  #S~ 

PROJECT  NO.:   AS  „2<?3  -/  Q  \  £>  DATE  SURVEY  AUTHORIZED:       /  -  9- 

PRO  J.  NAME:   /^yy  - ///9/ZR I  So  a/  DATE  WORK  STARTED:  /-^/-Jt5" 

LENGTH:   y^//,   ESTIMATED  COMPLETION  DATE:      jT-  ^ ' -&£~ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER :  Jg^y    £&c>£LL  TELEPHONE:  '%&£~£ZMIZ. 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   ^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


PRELIMINARY  SURV 
FOR  THE  PERIOD  ENDING 

PROJECT  NO.:  RS  279-1   (2)  16  

PRO J.  NAME:     Canyon  Creek-Wilborn 

LENGTH:      6  Miles  

DATE  SUBMITTED  TO 
PROJECT  MANAGER:  A.  G.  Reather 
NO.  PERSONNEL  ASSIGNED:  6 


DISTRICT:    Butte  2130 

PROGRESS  REPORT 
March  27 ,  1985  

DATE  SURVEY  AUTHORIZED:     Oct.  16.  1988 
DATE  WORK  STARTED:       Dec.  3,  1984 
ESTIMATED  COMPLETION  DATE:  5-1-85 

DISTRICT:   

TELEPHONE:  444-6326  

%  COMPLETE:  60 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:     13  UTT6= 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z-®  /?  &JS~ 


-y- 


PROJECT  NO.:  ^O-lCs?^  34-1  DATE  SURVEY  AUTHORIZED:      /p  - 

PROJ.  NAME:  MiSS/qj  JTeJia^e.  -^4*lt-  DATE  WORK  STARTED:   

LENGTH:  //  g     rtr>  Je<   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      c£.  £/ 777> +j  TELEPHONE:     £ZZ-  &/  99  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:   


//o     Ulo&tc     done    on  ~t\;  s    ^^jrcX~  TV'S  p&j-i'vd 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     J?fy  .//^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     J?)*scL  -  /7if5~ 

PROJECT  NO.:    X-?^-'? ft?)  34-/  DATE  SURVEY  AUTHORIZED:  j£)-4<Z<1- 

PROJ.  NAME:   ^j^J*L  -  Wss.J-  DATE  WORK  STARTED: 

LENGTH:        /&.£>3   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  £.-)-lr>,  TELEPHONE:  jtJLSL-   

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  '  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  BvrTA 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^S'-XS' 


PROJECT  NO.:  £?-/(\z)  /<£>  DATE  SURVEY  AUTHORIZED: 
PRO  J.  NAME:  -hfrtTFM/lLL      DATE  WORK  STARTED:   


LENGTH:   /£.  &    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE:  g&S"  ■- 


NO.  PERSONNEL  ASSIGNED:  jT  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  >^fr//"6. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3'  ? ^ 


PROJECT  NO 


F  (fl)  3  /  DATE  SURVEY  AUTHORIZED:  /'Z^-j^ 

PRO  J.  NAME:  /  pAe./c   Fb*<f     DATE  WORK  STARTED:  t*T 

LENGTH :  C} ,  f   ESTIMATED  COMPLETION  DATE:     ^-  //- 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  TELEPHONE:       S?t>~  ^ 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  9 0  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  3vTT£~ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J-Xf-g^' 

PROJECT  NO.:    /=#  ^tP-  /  DATE  SURVEY  AUTHORIZED:  J-J. 

PRO  J.  NAME:  £/?£y/sAj£     £€,  DATE  WORK  STARTED:  J 3-  J '- S£~ 

LENGTH:   &   A//,   ESTIMATED  COMPLETION  DATE:  V- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       StfC/l^/?  TELEPHONE:         jTFC  -?S62  

NO.  PERSONNEL  ASSIGNED:  V  %  COMPLETE:   g£  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ft/cTA 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:      /=r/??  /9'/&/? /S~      DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:  tJes/'c^  /^^c^c/ej  "A/^sTDATE  WORK  STARTED:   

LENGTH:  sMs/^S   ESTIMATED  COMPLETION  DATE:     -y/S^Ags " 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ^S7f/e^  TELEPHONE:  ~  J'&'/'C 

NO.  PERSONNEL  ASSIGNED:  ?  %  COMPLETE:  <9S^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


^7 


DISTRICT:      2/^/?  Suff^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /S^T 

PROJECT  NO.:  {j¥?  ^xj&Jx/ZMiPMK  SURVEY  AUTHORIZED:  3//^/<£S~ 

PROJ.  NAME:    klejT  l/#//y-/l»*c*»*Lj>M&  WORK  STARTED:       .  ? /SZ /S^" 

LENGTH:  Z   Af/fas   ESTIMATED  COMPLETION  DATE:  ^/S^/tg^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:  ^9^- 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  fivrnZ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -g&j 

PROJECT  NO.  :   JTft  /JT-Z  (jSZ?)  /J £  DATE  SURVEY  AUTHORIZED:  J-s*S-&£~ 

PROJ.  NAME:  farTZ   UXBAkl  /?£UA8,  DATE  WORK  STARTED:   

LENGTH:   yO^.   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  Jgj&Sgg  TELEPHONE:  7^  zA  7^7  

NO.  PERSONNEL  ASSIGNED:  V  %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  J?(sT~rE. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^<?-&5~ 


PROJECT  NO.:  JT/?  /jr-3.(^9)  j  2-4  DATE  SURVEY  AUTHORIZED:  2  -t>~?£~ 
PRO  J.  NAME:^^^^    U^5T  ^  5<>L>77j     DATE  WORK  STARTED:   


LENGTH:  /?,         yt//.   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  z^^a/  Ako^LL  TELEPHONE:  7S>£-/797 
NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   Q_ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  &>7-t£. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  gzMJEd££L 

PROJECTNO.:  yj£  -y  £/)  <Q  DATE  SURVEY  AUTHORIZED:  //-^j 

PROJ.  NAME:  Jtfksr  )(cIUu>stoaJ£  ~hfe*T  DATE  WORK  STARTED:  JJZ-  3 

LENGTH:   &  7    /t// ,   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      S>/cy/^e  TELEPHONE:  jT££-*   

NO.  PERSONNEL  ASSIGNED:  £>  %  COMPLETE:  J3a  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221E 


DISTRICT:  R/sTr? 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2~JLBz&£.  

PROJECT  NO.:    gj?  9,->Z_y_  j   DATE  SURVEY  AUTHORIZED:  ^_£____] 

PROJ.  NAME:   /gy  MjoP  Ca .  t» M DATE  WORK  STARTED:     a/^>   <T*>  ^/ 
LENGTH:     ________________       ESTIMATED  COMPLETION  DATE:  _____ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^g__j_ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £  

PROJECT  NO.:  g '£  9,'J2.7  i  T)  DATE  SURVEY  AUTHORIZED:    S^fc  -gf 

PRO  J.  NAME/   <,./4^s  <u/.„r/Z„„a*.        DATE  WORK  STARTED:     ^_  QmjU. 

LENGTH:  ~~   ESTIMATED  COMPLETION  DATE:  A/A 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  SuX^X. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      2 -2X  -/?< 


PROJECT  NO.:  Q££jJtfsjgO 
PRO  J.  NAME:     U/AA„  £s&mU.  Cfi- 


LENGTH : 


DATE  SURVEY  AUTHORIZED:  </ 
DATE  WORK  STARTED:     A/r>  /T^aW 
ESTIMATED  COMPLETION  DATE:  ///?  


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22  IE 


DISTRICT:  fitsrr? 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     J?.  2  ft  ~^j5"  

PROJECT  NO.:     R#  %  fyZZ.  -('{s)0  DATE  SURVEY  AUTHORIZED:     2-2  £-35 

PRO  J.  NAME:     Ma  a,  to*/  Q&mi±  DATE  WORK  STARTED:     /[/A  t'le.e.w 

LENGTH:    --^   ESTIMATED  COMPLETION  DATE:     a/. A  . 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE;  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  B&ZZ£~ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     2 -2 ft  -3S 


PROJECT  NO.:     £J^£gQ  DATE  SURVEY  AUTHORIZED:     JjlA  ~8S 

PROJ.  NAME:     fa <r£\ g&Atj  DATE  WORK  STARTED:  /|/*> 

LENGTH:     " "  '    ESTIMATED  COMPLETION  DATE:     /l/./j  , 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     J__-2.fi  - fi^  

PROJECT  NO. :     ftpj;  J?..  DATE  SURVEY  AUTHORIZED:    ^/  /j 

PROJ.  NAME:     p /y^g/  -jZ&U&xJk        DATE  W0R*  STARTED :  aA.^a,; 

LENGTH:    ESTIMATED  COMPLETION  DATE:  t 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Z.  '2.£  ~  8j[_ 


PROJECT  NO.:  f  ^  -/(^)O 
PROJ.  NAME:  ]^JmIC£JMAA 


LENGTH: 


DATE  SURVEY  AUTHORIZED:      JZ~2  7zS4 
DATE  WORK  STARTED:     /lA  Ct&j&L 
ESTIMATED  COMPLETION  DATE:  /i/^ 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/ 22  IE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2.-23 

PROJECT  NO.:     fcf>  //  -/'//J  yyf  DATE  SURVEY  AUTHORIZED:     ^-y^>  BY 

PROJ.  NAME:  /_,UJA/A    DATE  WORK  STARTED:      Mj>  Ct£&L 

LENGTH:  — -   ESTIMATED  COMPLETION  DATE:  /?/>/ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/ 22 IE 


- 


DISTRICT:   Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     April   1.  1985 


PROJECT  NUMBER  &  NAME 


DESCRIPTION 


NEXT 
MILE- 
STONE 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


% 
COMP 


EST 

COMP 

DATE 


RF  60^2  (3)  9j_ 

Great  Fal 1 s-East 


G_radej  Gravel  Surf  j 
PMBS  Structure 


Final 
Des  ign 


88 


96 


6-28-8  5 


FR  24-3(3)  76  

Rogers  Pass-East 


W2den_,  Gravel  Surf, 
PMBS 


Prel im 
P. I.H. 


184 


20 


1 1-15-85 


RS  348(18) 

5~Mi.  S.  Fort  Benton-South 


Grade,  Gravel  Surf. 
PMBB 


Prel im, 
P. I.H. 


12-15-85 


F_3-J_(6)_8  

Sun  River  Jet. -North 


PMBS^  Overlay   

Minor  Widening 


Final 
P. I.H. 


48 


86 


6-15-85 


FJ0-2(_)73_ 
§Tg  Sandy-South" 


Grade_,  GraveJ  S_urf. 
PMBS 


Prel im, 
P. I.H. 


140 


80 


4-30-85 


RS  552- l(  )0_ 
S~unburst-East 


Gravel  Surface 


Final 
P. I.H. 


16 


4-30-86 


1^24^4  (  J_l  1 7_  _ 
S  imms-West 


W_idejn_,  GraveJ  Surf. 
PMBS 


Prel im 
P. I.H. 


48 


3-12 


87 


FR  10-1  (_)4_ 
Great  Falls-North 


PMBS_0verlay_ 


Final 
P.  I.H. 


200 


10 


1 1-26-85 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


CMS- 14 


DISTRICT: 


Peat  FalJa 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      April  1,  IQftS 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


TB  15-/|(frl)??9  

Augusta  Int.  -  North 

18.7  Miles  


Lewis  &  Clark  -  Cascade 
CONTRACT  TIME:        ipn  w.n.  


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:  op 
NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $    6,??Qf 6fts .7ft 
CONTRACTOR:        Hilde  Cnrmt..  Co.;  Tnr. 

FROM  (town):       r,reat  Falls  

AWARD  DATE:        Ffth.  2Q,  IQfty,  


DATE  WORK  STARTED: 


April  6r  1931 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       n.  Endaraoa  TELEPHONE: 

ADDRESS: 


727-43 50 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Dept .  of  Highways 


Great  Falls 


GENERAL: 


1  man  engaged  in  working  on  Final  Estimate. 


*  Paint  Striping  will  he  completed  as  weather  permits. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:    J%&> -  £fS<> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  V-/-f£^ 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  TIME:     XT/9  „)/)  s-  Z. 


ORDER  TO  PROCEED  DATE:  _J,j,y  J/Q 

%  COMPLETE:  S/  

%  TIME  USED:  ^  

NO.  MEN  EMPLOYED:  /?  

ACTUAL  COMPLETION  DATE:   


CONTRACT  AMOUNT:     $  ,  7  / 

CONTRACTOR:     ^j&Z&g  /^wsr. 
FROM  (town):       ^  G&LS,  4t£> 
AWARD  DATE: 


DATE  WORK  STARTED:    Ju^u  Jft  fe/ 
PROBABLE  COMPLETION  DATE:  _J^y 
NO.  DAYS  WORKED  PER  WEEK:     ^4  ZZ 

NO.  SHIFTS  PER  DAY:  j£  

NO.  HOURS  PER  SHIFT:  jf*  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE 

#  ADDRESS: 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Alts**/?  s??/ 


GENERAL:     r&s-sn>r«J>  df<?A.'Sr-  .^Z^/gyfe  <fe*agfc  s*)  ~7/*- 

"/-/-FIT.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

£3 


CMS- 14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  27,  1 985 

$  2,319,708.50  (A) 

PROJECT  NO.  :      IR  15-7(22)  334  CONTRACT  AMOUNT:     $    $  2,237,568.50  (B) 

PRO J.  NAME:      Conrad  -  No.  S  So.  CONTRACTOR:    Sletten  Construction  Co. 

LENG™:   9-0  Miles   FROM  (town):          Great  Falls,  MT. 

COUNTY:  Pondera   AWARD  DATE:   

CONTRACT  TIME:     90  Working  Days  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:       Auqust  1985 

%  COMPLETE:   gj|   NO.  DAYS  WORKED  PER  WEEK:   -  -- 

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  Q   NO.  HOURS  PER  SHIFT:    — ^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Hammerhar.ker  TELEPHONE:  278-79U  -  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    3-^       ADDRESS:  P.  n.  Rnv  1?hn  

 Conrad r  MT.        59425  . 

GENERAL :   A  pre-con  was  held  on  March  21.  1985.    The  contractor  is  curren 1 1 y 

 securing  his  air  quality  permits,  reclamation  plans,  and  historical 

 site  data.     He  plans  to  go  to  work  around  April  15th  on  the  approach 

 slabs  and  will  start  plant  mix  operations  after  the  Brady  Project 

 is  completed.     Centerline  is  44%  complete.   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

A* 


CMS-1A 


DISTRICT:      Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      April  1.  1985  

PROJECT  NO.:        F-BRF-HES  24-3 (7UQ9  CONTRACT  AMOUNT:     $  4.243.653.15 

PRO J.  NAME:  Bowmans  Corners-Northeast  CONTRACTOR:  Hilde  Construction  Co..  Inc 

LENGTH :   7.8  Miles   FROM  (town):         Great  Falls.  Mt. 

COUNTY:         Lewis  &  Clark   AWARD  DATE:  January  3,  1985  

CONTRACT  TIME:      120  Working  nays  DATE  WORK  STARTED:    March  27.  1985 

ORDER  TO  PROCEED  DATE:      6/16/8S  PROBABLE  COMPLETION  DATE:  May  31 r  1986 

%  COMPLETE:  q   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:  0  NO.  SHIFTS  PER  DAY:  1 


NO.  MEN  EMPLOYED:         n   NO.  HOURS  PER  SHIFT:   8_ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Walter  p.  Smith  TELEPHONE:  264-5310   


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ]£_       ADDRESS:         P„Q„  Box  1359  

Gt.  Falls.  Mt.  59403 


GENERAL :      Ros-Mar  Fence,  Inc.:     2-men,  1-ton  flatbed  truck  and  John  Deer  

tractor/post  driver  began  removing  fence  on  the  right  side  at  the  end  of  the 

project  on  March  27.  1985.  

Hilde  Construction  Co..  Inc.:  Started  moving  equipment  onto  the  project  on 
March  25,  1985.    Began  installing  Construction  Signing  and  building  a  water 
dam  on  March  27,  1985  with  9-men.  2-pickups.  2-parts  vans,  mechanic  truck, 
service  truck,  D-9H  doser.  D-9L  push  cat.  #14-Patrol,  Wagner  sheepfoot  roller, 
2-10,000  gal,  water  wagons.  Big  Bud  tractor/13'  tandum  disc  and  3-631  scrapers 
The  engineering  personnel  are  engaged  in  office  work,  establishing  centerline. 
and  R/W  lines,  running  bench  levels  and  slope  staking.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


• 


CMS- 14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        April  1,  IQftS 


PROJECT  NO.:        RTF  60-2 (1^71 
PRO J.  NAME:         Belt  East  &  West 

LENGTH:   10.6  Miles  

COUNTY:   Cascade  


CONTRACT  TIME:      op  w.D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  Q% 
%  TIME  USED:  p£ 
NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  2,?*0,5^.A5 
CONTRACTOR:      Sletten  Const.  Co.  Inc. 

FROM  (town):         Or Rat  Falls  

AWARD  DATE:  K^rch  11  f  1985 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9/1/85 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      o.  F.nderson       _  TELEPHONE: 

_5_  ADDRESS: 


G.  Enderson 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727-4350 


Dept .  of  Highways 


Great  Falls 


GENERAL :   A  5  m-in  Kngineering  nrpw  ingaged  in  construction  layout.  SLope 

 staking  in  progress.  


No  date  has  been  set  for  a  Pre-Construction  Conference. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:      GT  FALLS  3130 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  MARCH  27,  1985 


PROJECT  NO.:      MBP  60-2(17)95  

PRO J.  NAME:     BR  PAINTING(WARDEN  BR) 

LENGTH :  0.00  

COUNTY :   CASCADE  

CONTRACT  TIME:   COMPLETE  BY  10-15-85 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   0  

%  TIME  USED:   Q  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  _____ 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     F.  A,  ROBINSON 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


CONTRACT  AMOUNT:     $  119,300.00 
CONTRACTOR:        RAINBOW  PAINTING  CO 
FROM  (town):      GREAT  FALLS,  MT 

AWARD  DATE:  3/11/85  

DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


CONSTRUCT I ON  SUPERV I SOR : 


TELEPHONE :   727  4350 

ADDRESS : 


GENERAL:  NO  WORK  ON  PROJECT  TO  DATE.  CONTRACTOR  ANTICIPATES  8KIN  BEGINNING 
 WORK  ABOUT  MAY  1,  1985.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT: 


Great  Fa  1 J  s 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  27.  1985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


R.S.  218-1  (2)  9  

Sol  id  Road -Conrad  East 

 9.8  miles  

Pondera  


CONTRACT  TIME:       70  Working  Days 


ORDER  TO  PROCEED  DATE:      Jan.  8,  '85 

%  COMPLETE:  

%  TIME  USED:  

NO.  MEN  EMPLOYED:  Q  


CONTRACT  AMOUNT:     $      1 .010.92^.93 
CONTRACTOR:       Baltrusr.h  Ennstrnrt  i  nn 

FROM  (town):        Harver  MT.  

AWARD  DATE:        December  5,   1 9«i> 

DATE  WORK  STARTED:    —  -  — 

PROBABLE  COMPLETION  DATE:      July  15,  1  985 

NO.  DAYS  WORKED  PER  WEEK:    

NO.  SHIFTS  PER  DAY:    -  - 

NO.  HOURS  PER  SHIFT:   — 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       u^^^v^,  TELEPHONE:   

ADDRESS: 


Hammprharkpr 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  0.  Rox  l?k() 


Conrad,  MT.  59^25 


GENERAL :         The  contractor  has  not  begun  work  on  the  subject  project.  Vic 
 Tindle  is  currently  in  the  process  of  moving  in  and  setting  up  the  crusher 

 Qperaf  inn.  Suh-r.nntrar.f  or  ,    I  .   A.    C.nn^tmrt  i  nn  plane   t-n  ctarf  with  th^ 

 construction  signing  on  April  1st  weather  permitting.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Cir^f 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^4-  /-/^ 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


cL 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  r-r  Trr--'- 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


&s>.  ELojl  ^52* 


GENERAL: 


9- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      March  27,  1 985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


R.  S.  534-1  (1)  0 
Dupuyer-Conrad  Signing 

26.7  mi les  

Pondera  County  


CONTRACT  TIME:        30  Working  n*y* 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   g_£. 

%  TIME  USED:   QJ_ 

NO.  MEN  EMPLOYED:  n 


CONTRACT  AMOUNT:     $    $  6.140.60  

CONTRACTOR:         L.A.  Con.f  rnr.t  ion 

FROM  (town):      Harve,  MT.  

AWARD  DATE:   

DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:       May  15,  1985 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:    

NO.  HOURS  PER  SHIFT:  —   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Hammerbacker  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _q-j  ADDRESS:   


278-7944 


P.  0.  Box  1240 


Conrad,  MT. 


_53_425 


GENERAL: 


 A  nre-rnn  was  hf»1d  for  thp  snh>rt  projprf  nn  March  26,  iq85. 

The  contractor  plans  to  begin  operations  on  about  April  8th  weather 
permitting. — He  is  currently  awaiting  arrival  of  the  signing  materi a  1 s . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

/ 


CMS-1A 


DISTRICT:     RT  FA  I  I  S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     MARCH  27,  1985 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH:  _ 
COUNTY: 


H  5219(1) 


38TH  SR  &  2ND  AVE  NO 


0.00 


CASCADE 


CONTRACT  TIME: 


60  WORKING  DAYS 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

I  TIME  USED: 


4-16-85 


NO.  MEN  EMPLOYED: 


0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  54,598.00  

CONTRACTOR:  LIVESAY  TRAFFIC  MAINTENANCE 
FROM  (town):  GREAT  FALLS,  MT 

AWARD  DATE:  10-31-84  

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


7-1-85 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       F.  A.  ROBINSON  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     0  ADDRESS: 


727  4350 


GENERAL:  NO  WORK  ON  PROJECT  TO  DATE.  CONTRACTOR  WILL  NOT  BEGIN  WORK  UNTIL 
 ALL  MATERIALS  ARE  ON  HAND.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     <£reaJ  HJA 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  jjjtJz&^L 


PROJECTNO.:  S7JO(.l) 

PRO  J.  NAME:  -Q^SS -tfAVfiZ 

LENGTH:   

COUNTY: 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  /  S(oO)  2.?^.  &  / 

CONTRACTOR:  &cujd  GLtkA&SsJteA  Jh<l 
FROM  (town):  }M+ 


AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:      ft -Z,7-£f 

%  COMPLETE:   <Jo  

%  TIME  USED:  /7  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  j2>^£±8JL 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   /_ 

NO.  HOURS  PER  SHIFT:  ft 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ty   S^&si  TELEPHONE:  2.(^-^^2.1 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^-J      ADDRESS:  OAe  M+. 


GENERAL:       /5e  „  h 


^ZJL  Ac  pel  fhvr  CSlSjL  uua.  (h  d&a£  *  /  ^nrJ 


7&>  gcLJtOuL 


(ask//?  dnS  /?Q  tiCrf 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


£/2 


CMS- 14 


DISTRICT:    Great  Falls. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  27 r  iqfiq 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


S.M.P.  0793-85  

Maintenance  Stockpiles 


Var i  ou  s 


CONTRACT  TIME:      1QQ  Working  Davs 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   QJL 

%  TIME  USED:   nj_ 

NO.  MEN  EMPLOYED:  Q 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $      $  2,74.700.00 
CONTRACTOR:      Konitz  Contracting.  Inc. 

FROM  (town):    Lew  is town.  MT.  

AWARD  DATE:       March  11  ,  1985  

DATE  WORK  STARTED:    

PROBABLE  COMPLETION  DATE:      Aug.  15.  1985 

NO.  DAYS  WORKED  PER  WEEK:    

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:   


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       HammPrhark^r    TELEPHONE:   

0  ADDRESS: 


Hammerbacker 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


278-7944 


P.  0.  Box  1240 


Conrad,  MT.  59^25 


GENERAL :  A  pre-con  was  held  for  the  subject  project  on  March  21,  1985. 
 The  contractor  plans  on  beqininq  operations  on  April  15th  with 


5  ~  9  Hr.  shifts  per  week.  He  is  currently  securing  his  Air  Quality 
Permits.  Reclamation  Plans,  and  Historical  Site  Data.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Crrrro  f  F>o  //g 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^4  -  /   

PROJECT  NO.:  ^2i0^2  CONTRACT  AMOUNT:     $  i^an^.nG 

PROJ.  NAME:    Z/VW/?./  ^ r<js^  CONTRACTOR:     &riJmnn^  sZrnn^+. 

LENGTH :      -m  V  ^7//^   FROM  (town):     ^^/^^^/fJ  /77TT  

COUNTY:      ^/At/-//v   AWARD  DATE:   


CONTRACT  TIME:  U) CD   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE: 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    c-r  ?jzd~t&.  TELEPHONE:  &  -  Z.  & 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        /^>cq,  fr^x 

/-/^v//^r  02J1  


GENERAL:  ^rr-  -  sr&<n  -7  7 r  u <r  //  n  Kl  ^zon  r.-r<rn  ^7<-    tj > .7  -q 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 16 


DISTRICT:      GT  FALLS  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    MARCH  27,  1985 


PROJECT  NO. :         RS  330-1 (6)0 


DATE  SURVEY  AUTHORIZED: 


PRO  J.  NAME:  ULM  SO  (WORTH  SECT) 
m LENGTH:  6.5  MILES 


DATE  WORK  STARTED:  11-28-83 


ESTIMATED  COMPLETION  DATE:  6-15-85* 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:      F.  A.  ROBINSON  TELEPHONE: 


727  4350 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


*  WORK  SUSPENDED  PENDING  OUTCOME  OF  CONDEMNATION  HEARING, 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 


DISTRICT:    GT  FALLS  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      MARCH  27,  1985 


DATE  SURVEY  AUTHORIZED: 


PROJECT  NO.:         RS  330-1(1)0  

PROJ.  NAME:  ULM  SOUTH  (MID  SECT)      DATE  WORK  STARTED:  11-14-84 

LENGTH:  5.3  MILES  ESTIMATED  COMPLETION  DATE:  ??????? 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  ROBINSON  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


727  4350 


??????PENDINGXN  AVAILABILITY  OF  DOH  LAND  SURVEYOR  TO  RE-ESTABLISH  SECTION  CORNERS. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


DISTRICT:  GT  FALLS  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    MARCH  27,  1985  

PROJECT  NO.:         RS  228-2(5)30   DATE  SURVEY  AUTHORIZED:  12-22-83 

PRO  J.  NAME:       5  MI  SQ  FT  BENTON-SOUTH    ^  WQRK  STARTED :  1-15-85 

LENGTH:   10.0  MILES   ESTIMATED  COMPLETION  DATE:    1  2-31  -85 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  ROBINSON  TELEPHONE:  727  4350  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:   \%  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 


DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     April  1.  1985 


PROJECT  NO . :  F  24-4(5)117 
PRO  J.  NAME:  Simms  -  West 
LENGTH:  11  Miles 


DATE  SURVEY  AUTHORIZED:  8/30/84 
DATE  WORK  STARTED:      October  10.  1984 
ESTIMATED  COMPLETION  DATE:  4/5/85 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  264-5310 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE:  95 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Qir^2±  /=>>  /Is 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^4-  /  -/^,  /=r  

PROJECT  NO.:     &  p  /n-^  l  DATE  SURVEY  AUTHORIZED:  i^.^?. 

PRO  J.  NAME:     &nx   ^irj^r  -  bUl^TC  DATE  WORK  STARTED:       ^.  ^/.^^ 

LENGTH:  ^  S.   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   Ct^J„„  T> TELEPHONE:  ^^-^KZl 

NO.  PERSONNEL  ASSIGNED:  ^    ^         %  COMPLETE:   

C£>  Tat    //  Js  />  /  m  <j       lc.\z<a  //  in  /Z>  rtZyO  ex  r-<a  r  >  &  a   fcr  e=o/n  js  /V wcfth. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  G^Oif  £fl//j 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^.  -  /  -^^=7  

PROJECT  NO.:     /=  /-  -7^^^  DATE  SURVEY  AUTHORIZED:  ^.,-7.^^. 

PROJ.  NAME:  /^W  &s-/kn*r>  -  /=^/-DATE  WORK  STARTED:       /^-^  -  m 

LENGTH :      /^.^  ^77//- <r   ESTIMATED  COMPLETION  DATE:    f*>.  7, 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  r^rM„  T-^&r       TELEPHONE:  .^.^/ 

NO.  PERSONNEL  ASSIGNED:  ,^  %  COMPLETE:  ^.^^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


<5V? 


CMS-16 


DISTRICT :     £>£zAT  P^li<>  .  3/3^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /)&£./ f  L  J 9 SB 


PROJECT  NO. : 


DATE  SURVEY  AUTHORIZED: 


PRO  J.  NAME:  -£!j7  BaniL  DATE  WORK  STARTED:  /- 7-^.5 
LENGTH:  £    jY)iU*,   ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:  _ 
PROJECT  MANAGER:  jB^a^n  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


_       %  COMPLETE: 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU'0'0  ' ^g^-^7" ™ 

YELLOW  -  DISTRICT  OFFICE  J&fi&eT/nc*  ^j,//  OAsTTTniMU  tori&n 
PINK  -  ORIGINATING  OFFICE  JZ£sorn£^m 


CMS-16 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  J5-£/&D 
PRO  J.  NAME:    jDuTThsi  -  sf <*  S 
LENGTH:   7,/  &2lk*  


DATE  SURVEY  AUTHORIZED:   

DATE  WORK  STARTED:  *3-<ao-&£ 


  ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  ~jTs-//ifn TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


DISTRICT: 


GT  FALLS  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       MARCH  27.  1985 


PROJECT  NO. :         M  521 2(1  ) 


DATE  SURVEY  AUTHORIZED: 


9-17-81 


PROJ.  NAME:  GT  FALLS-SO  ARTERIAL  DATE  WORK  STARTED:  12-10-81 
LENGTH: 


8.9  MILES 


ESTIMATED  COMPLETION  DATE:  ????????? 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  ROBINSON  TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  Q   %  COMPLETE: 

????????  WORK  SUSPENDED  INDEFINITELY. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


727  4350. 


DISTRICT:     Glendive  4130 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      March  26,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED 
THIS 
REPORT 

% 
COMP 

EST 

COMP 

DATE 

F  26-1(1)3 

Sidney  -  North  Dakota  Line 

Gr . ,  Gravel ,  PMS 
and  Structure 

Final 
Design 

70% 

12/1/8 

F  2-1(8)46 

Fallon  County  Line  "e~  &~W 

PMS"  Overlay               —  — 

Final 
P.I.H. 

20% 

10/1/8 

F_39-l(15)4 

Lame  Deer  -  Nortn 

PMS"  Overlay  ~ 

Final 
P.I.H. 

10% 

11/1/8 

F  18-1(2)1 

Miles  City  -  Northwast 

PMS  Overlay 

Final 
P.I.H. 

8 

2% 

12/1/8 

FR  1-10(12)639 
Culbertson  -  West 

PMS  Overlay  &  Widen 

Final 
P.I.H. 

168 

45% 

12/1/85 

F  1-8(6)500 
Saco  -  East 

PMS  Overlay  &  Widen 

Prelim. 
P.I.H. 

0% 

3/1/85 

RS  247-l£l)0 
Webster  -  East 

GS. 

Final 
P.I.H. 

0% 

9/1/85 

RS  438-1(4)0 
Nashua  -  North 

PMS  Overlay 

Comp. 
Survey 

0% 

10/1/85 

F  25-1(6)0 
Circle  -  North 

PMS  Overlay 
&  Widen 

Prelim 
P.I.H. 

72 

35% 

11/1/85 

RS  344-1(5)29 

7.5  Miles  West  of  Froid 

PMS  Overlay 
&  Widen 

Prelim, 
P.I.H. 

0% 

12/1/85 

F  57-6(2)281 
Circle  -  East 

PMS  Overlay 

Comp. 

_  of 
Survey 

0% 

12/1/85 

BRF  42-3(6)73 

S.  of  Glasgow  (Milk  River) 

STR.  and  APPS. 

Prelim. 
P.I.H. 

0% 

6/1/87 

RS  517-1(1)0 
Coal  ridge  -  West 

PMS  Overlay 

Comp. 
Survey 

0% 

7/1/87 

RS  516-1(1)14 
CoalrTdge  -  N  &  S 

PMS  Overlay 

Comp. 
Survey 

0% 

7/1/87 

F  42-3(7)59 

Fort  Peck  -  Glasgow 

PMS  Overlay 
&  Widen 

Comp. 
Survey 

0% 

10/1/87 

TOTAL  =  248  HRS. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT:  &/e*iJi>.  e. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    A?aroh    Z6>:  /?&^5~ 

PROJECT  NO.  'JVec6CBK£r)f  /^<P&0  CONTRACT  AMOUNT:     $  /  02  3.  /^TZ..OO 

PROJ.  NAME: /^e^/,  _fra/*  jGe/t/*ce»,e,J~  CONTRACTOR:    /Y}#rjci  f  &^*t>ocd 

  FROM  (town):    d5>^/  /^t //j .  /S'/T 

  AWARD  DATE:  //-  5T- <* 


LENGTH: 
COUNTY: 


Vji  r  /c  US 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:  O 


3-/-  0^ 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  /Y//7 

PROJECT  MANAGER:  $ ua /e  TELEPHONE:     JiCS-  ZS77 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     %        ADDRESS:  srtT. 


GENERAL :     /?  <Zens<J-ru<z.*A  6*i     ^^erence  /'i 

-frf<       &.///h$s      Z?iscLLc+  oi     /rtaycty    /4f   /  ?  &  S"  f 

-^r?-  /?  K-f<vv</7;^/;u<         In      <zt  dt 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:       Gl endive 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  26 ,  1Q8S 

PROJECT  NO .  RTF-HES- 1-10  648  CONTRACT  AMOUNT:     $  ifonfi2S  


PRO  J.  NAME:       Ba  invin  e-WP*-h   CONTRACTOR:         Eflgfcafclfi  Eaafigfl 

LENGTH:   ^  M11ftH   FROM  (town):  miaa  rA±y 


COUNTY:   Roosevelt   AWARD  DATE:         February  8f  1QfiS 

CONTRACT  TIME:  80  WD   DATE  WORK  STARTED:   


ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:    sent.  1r  1Q8R 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  '  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   . 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  ^  

PROJECT  MANAGER:      Jamea  K  Baldwin        TELEPHONE:  787-S701 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    jj_       ADDRESS:   P.O.  Box  SS6 

 Culbertspn  


GENERAL:   No  word  from  the  contractor  as  to  whenfwill  begin  or  anv 

 request  for  a  vre-o instruction  conference.    Only  L.inor  work 

 on  construction  layout  this  pastperiod  due  to  other  construction 

 lavout  requirements.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  C*ici\div* 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY:  J?ichUw£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      2'^-     -  <g£ 

f  RTF  Zo-7-(l)£^ 


II.  I  /n 


CONTRACT  AMOUNT:  $ 

CONTRACTOR:   

FROM  (town):  — 
AWARD  DATE:   


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  — 


PROBABLE  COMPLETION  DATE:  — 


%  TIME  USED:  — 


NO.  MEN  EMPLOYED:  — 


NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  — 
NO.  HOURS  PER  SHIFT:  — 


ACTUAL  COMPLETION  DATE:  — 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  ~  

PROJECT  MANAGER:      t4,jC£U^   TELEPHONE:  "5<eiT~ 

L       ADDRESS:  Qj&ujk^t 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:        A/g  &Sto££l&£L  £kU  ££jgi6tl  

 />2£jU.  6leiig&  usz-jp  rs.  r>^-rr  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  _QlsIm^L 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Maroh  ?fef  igfis 


PROJECT  NO. :  RTF-BRF  22-2  CSlJZ 

PRO  J.  NAME:      Antelope-N  &  3  

LENGTH:   ^4  M11ftH 

COUNTY:  Sheridan  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


$ 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:  7.15.86 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  '  

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     .TAmAa  a.  nn TELEPHONE:   

ADDRESS: 


Jamea  EL  Baldwin 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  i 


7fi7-57m 


P.O.  Box  556 


Culbertson 


GENERAL: 


 Approval  to  begin  on  construction  layout  received  from 

Helena  eff  jtive  February  14.   1985.  One  man  working  up  grarip, 

Pipe,  and  transit  notes,  construction  layout  will  begin  a  a 
soon  as  field  personnel  are  available.    Tentative  letting  Hate 
is  July  85.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Glendive. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  26.  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


P  22-3  (1)  81 


r.nlbertson-North 


7.3  Miles 


Roosevelt 


CONTRACT  TIME: 


100  WD 


ORDER  TO  PROCEED  DATE:  Anril  16.  1985 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT 
CONTRACTOR:  _ 
FROM  (town): 
AWARD  DATE: 


$  1,060.641 


Baltrusch 


Havre 


October  31 .  1984 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:  Sept.  1,  1985 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  '  

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE:   

ADDRESS: 


PROJECT  MANAGER:    James  E.  Baldwin 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  4 


787-5701. 


P.O.  Box  556 


Culbertson 


GENERAL:   No  work  by  the  contractor  or  survey  crew  this  past 

 period,  survey  crew  engaged  on  other  projects.  A  pre-  

 caaateUCtiflB  conference  was  held  on  February  27,  1985  and  

 the  contractor  advised  that  his  plans  are  to  move  in  on  

 the  project  sometime  in  April  and  begin  producing  ag>  reg-te 

 for  plant  mix.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  <£%W^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /Tfo^A  ^  /?£$ 

PROJECT  NO-^f^^yn^LeX^ivd,  CONTRACT  AMOUNT:  %VSOZ,SV9Z^ 

PROJ.  NAME:  Mi^City  MilasCity  CONTRACTOR:     //^  . 

LENGTH :  /77./>£   FROM  (town):     S?,//,^*  AK?^ 

COUNTY:         (?6/j/r^   AWARD  DATE:  j//A^/^^/  

CONTRACT  TIME:     /£q        £>   DATE  WORK  STARTED:  7//?7<9'9/ 

ORDER  TO  PROCEED  DATE:      7//<$/<f"/  PROBABLE  COMPLETION  DATE:  ^ 

%  COMPLETE:  S9   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:        6> 7   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:       S   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  S/^Ja^/  TELEPHONE:      cfJ3<Z- A^?.  -f  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j</  ADDRESS:       £>r^sj  ^ r 

M  /^x        ^  #M 


GENERAL:     /,  t^s/STf  ^ 0^7^ &  ^//'s^s 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT : /-^/^XZ/'CG 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING 


PROJECT  NO .  ^-Zf7J  <&/ 

PROJ.  NAME:^5?/^~,  &/^£&CXZ&-^ 

LENGTH:       /.  & 

COUNTY:  /f^J^t^/- 

CONTRACT  TIME:  £2 

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:  &  

NO.  MEN  EMPLOYED:  Jx7 

ACTUAL  COMPLETION  DATE:  ^ — ' 


CONTRACT  AMOUNT:     $  '2?^7&;&~t&~ 
CONTRACTOR: 

FROM  (town)  :  <^7^///^LS:  /^/77&Z5> 
AWARD  DATE:         9*- ~ 
DATE  WORK  STARTED:  //-.^S^ 


PROBABLE  COMPLETION  DATE:  S^/C^^rfSS" 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 
cS5 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DA' 
PROJECT  MANAGER: 


_  ^/T^Z^ZZ^e   TELEPHONE:  ^T^^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      Z      ADDRESS:      ^0^tOCDh^.  /^&7t6*X? 


GENERAL: 


DISTRIBUTION:  >"WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  (aUfuOimT' 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  A//4*C/J 

PROJECT  NO.:  J ' Cs^J//S^      CONTRACT  AMOUNT:     $  £.  67<f.  jO^ 47 
PROJ.  NAME:  /J/J77MCU*iy  £ksr£,  (j)&>r  CONTRACTOR:    /^T^g,  &4&2£A!C2&l6). 

LENGTH :    FROM  (town):  ///^jpj,  ^o^TVaS* 

COUNTY :  <@>j&£jJ & CLj! AWARD  DATE:  /<2/?f</ 
CONTRACT  TIME:         C?0  0.  DATE  WORK  STARTED:    /^/P/y/y   /,  I^S^T 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:    Jol^.  I  9&J^ 


%  COMPLETE:   /  /o   NO.  DAYS  WORKED  PER  WEEK:  J%_ 

%  TIME  USED:  &  </>   NO.  SHIFTS  PER  DAY:   Z_ 

NO.  MEN  EMPLOYED:  /Q   NO.  HOURS  PER  SHIFT:  JQ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    &  TELEPHONE:       Z3Z-  lg$JL 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_  ADDRESS:  0  p^^tff*e/j 


GENERAL:     /V^g^g    CZ«js rX!XS,~7?*«J      .T^st S?^/s/7/sOO  £ 

71b  ch/c  rf&o  ^  S^sojon  /^/^Aj/yV/k-/^^.  . 

j/o/a/vt-s  v£>  ^-r/rf/p/  *<///// sl><?  s?a?&//Uq,      Docj/   , 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


CMS- 14 


DISTRICT:      CT  d  f£: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         3  /z.  G /j S 

CONTRACT  AMOUNT:     $  /Or  Y?£  £  7  <TO 
CONTRACTOR:    /f^y^sTs   CT  c'/V,   r<^>  ^  //i/C, 
FROM  (town)  :      /f(r&s77  d/r^  .    cAy  . 

AWARD  DATE:  3 /J  ' /#  J»  

DATE  WORK  STARTED:  3 
PROBABLE  COMPLETION  DATE:  ^'/s/jy 
NO.  DAYS  WORKED  PER  WEEK:  O 

NO.  SHIFTS  PER  DAY:   O  

NO.  HOURS  PER  SHIFT:  Q  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        S-^/Psf-f  O/)/        TELEPHONE:  -/  Q?d.  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_       ADDRESS:         Jc's*^     O  /*-'  /ywi/T 

GENERAL:         u/Q/ff'  /^J       J~VJ~/&cc/Y£><>jP        s<zq  rv<S  <r 
 S~<^/4  S^Q  //       /z.  /l  C  /<$</ .                                                       c  Ccst/  7~ 


PROJECT  NO.:  /7^ffj'V^//^ 
PRO  J.  NAME:      ^~s/V/f>C  cc(^-  la/c^S  / 
LENGTH:  ^T<  ?  s 6?J~ 

COUNTY:  CQJ-/"  C~  

CONTRACT  TIME:      Z^G  Q  Oc/^ 
ORDER  TO  PROCEED  DATE:  ^-/s7/fo* 
%  COMPLETE:   


%  TIME  USED:  ?><P 


NO.  MEN  EMPLOYED:  Cl 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  C-a/^/^s- 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        £  Q  //p  jT 

PROJECT  NO.:      ^/f  9  V-  ^Gs^S  CONTRACT  AMOUNT:     $  Z±  Q&Z  -S'SS,  3  Q 
PRO  J.  NAME:     ^^/sf/c'  <r<7 ,             cc/^^ONTRACTOR:     /fo/fS^jSc  f  t'sfj-  JTa/C. 

LENGTH :         <pt  9  CrJ~  FROM  (town):  C~J~    C  CZiC  ggg  77 

COUNTY:  C(//^    AWARD  DATE:  S/C? X? X  

CONTRACT  TIME:  (7  cx/^   DATE  WORK  STARTED:       £ S~ 

ORDER  TO  PROCEED  DATE:      <S//6/cPS  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:  ^   NO.  DAYS  WORKED  PER  WEEK:  oT 

%  TIME  USED:         C7  NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   Q_  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      <tcas a/  TELEPHONE:       7L3  C  -  f  C? 3  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      V     ADDRESS:        ^?C~^VT    q  /<?  /^u/jsy 

GENERAL:        J~  U  &  -    <Q  C  ^  C  cT       Q  O st£s  x~~7 

sfc^G/e/!/      tsc/o/f/K     stp^sTCa/  s?#jr  <r/p*6>/si/<r 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  cJ/$0 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       3- 2  £  - 

PROJECT  NO.:       fc$  2  O  l~  2.  f3j  35 
PRO  J.  NAME:     PrisSe^'jU  -  F«njs««J 

LENGTH :  C.  I  

COUNTY:  fc,J\L~,ci  

CONTRACT  TIME:         <?Q  oU.  d,  

ORDER  TO  PROCEED  DATE:  tO-H-fJ 

%  COMPLETE:        /  <-/  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  fa  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:        K} / A 

PROJECT  MANAGER:     &.„At,J  rft  (JL  TELEPHONE:      36^-  Z  27  7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _£)       ADDRESS:      QU^duc  Ml.   

Pa^ovf^O         CT9  3  Jo 

GENERAL :       UJqs(c      i-o  t' //     ses^^e       in  j^Lginfl  


CONTRACT  AMOUNT:     $    f   pdi  31&.S~Z 
CONTRACTOR:       ^jjx&X.  I 

FROM  (town):    Fo^iU   £  ? 

AWARD  DATE:         J,^/,  2-^  ifW  

DATE  WORK  STARTED:      ^  f  I  7   /<?  i  </ 
PROBABLE  COMPLETION  DATE:    /f      <  (5*^ 

NO.  DAYS  WORKED  PER  WEEK:  _£>  

NO.  SHIFTS  PER  DAY:  O  

NO.  HOURS  PER  SHIFT:  O 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^/f/t^r/r^e- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    /?S-£42- I M  ^3 
PRO  J.  NAME:    Ae/*AS  tJ*-  fittMpi**/ 
LENGTH:            /£>,  <?       /TJ,  fes 
COUNTY :   BjtilLU  i   


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  35 
%  TIME  USED: 


33 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  /jZfSjZOP.  j£> 
CONTRACTOR:     G^uu    /^gg/A/  /fxr.  XaAT. 
FROM  (town):       jj  ,M/>    /.^Kt=-j  /flu. 
AWARD  DATE:         J^/ i_y     ^7  /<jS<j 
DATE  WORK  STARTED:       _SW^rZ    /?  /9&<4 
PROBABLE  COMPLETION  DATE:       Qt-    Gl- g£T 

NO.  DAYS  WORKED  PER  WEEK:  ^  

NO.  SHIFTS  PER  DAY:   V  

NO.  HOURS  PER  SHIFT:  A 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  X>.  Dt>soeA 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


OX 


GENERAL :  J^/-     $£fAs7     sftou/syy         U  i  /Ojffles?  V     -/a  y^/t" 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  V/3C> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3-ZC-gS" 

PROJECT  NO.  :      (2  S  Z  ^5~l(s)o 
PROJ.  NAME:    J~<g,~J^  &2ax&dtt*gJfcf 

LENGTH:  /S".   

COUNTY:         £„„/Vefc/  ~ 

CONTRACT  TIME:       gO         ,  Q.  

ORDER  TO  PROCEED  DATE:  U}  I12t4 

%  COMPLETE:  top  

%  TIME  USED:  93  

NO.  MEN  EMPLOYED:  _&  

ACTUAL  COMPLETION  DATE:  //-6~~ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A/ /  4 

PROJECT  MANAGER:    <3^n«       t&jLL  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _0_       ADDRESS:        CL„Jj*     H-1  ti 

pQ.&cx  &?D        ^3  Jo 

GENERAL:   fcjo  ujqsJ  L^-*^       ^cce.jyt/   c  i      ix>  w;/l<t1 


CONTRACT  AMOUNT:     $    /  (Jj£   IP  I. 
CONTRACTOR:  QUM 

FROM  (town):     Q^L,  rfoJ.  .-%*7S"7 

AWARD  DATE:        /^i,  I  9}  I  f  S £  

DATE  WORK  STARTED:    4^7  (  g 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  o 

NO.  SHIFTS  PER  DAY:  Q  

NO.  HOURS  PER  SHIFT:  r> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /4?arcA  S^'/?<^S' 


PROJECT  NO.:  /gg  JY^-/  fa) 
PRO  J.  NAME:      /^y-^/*/-  /X/£>^/~ 

LENGTH:        Z  J~  /ff//pJi   

COUNTY:        AooJ  W  e/f 
CONTRACT  TIME: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


$ 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    /j/cu *JC*u  <  C  /?  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  <£Z£/\//)l 


CONSTRUCTION  PRpGRESS  REPORT 
FOR  TIE  PERIOD  ENDING:    /7?/}££//  £j&f~_ 


•'ihjr'.  PROJECT  NO. :  &j?S-  P5~-  0O7  CONTRACT  AMOUNT:    %Z  g2£>  7?~S  10 


PROJ.  NAME:    ^,o^Jp.,  ;Jj  c 

LENGTH:  '    J?.  *,//<■  s 


DATE  WORK  STARTED: 


COUNTY:       tj£jLiaigL  zld&Ml "' *  '  '*>'         AWARD  DATE 
CONTRACT  TIME:    _  S/J.     W-  Q> 
ORDER  TO  PROCEED  DATE:    JZ-/3 -&<?■•. 

%  COMPLETE:  ^5"  

%  TIME  USED: 


CONTRACTOR:     ^ogch    Si1,..^-  £o 
FROM  (town) :  /S^?.^  rts<s£o,>S'", 

*    2  -Si- 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/  


s 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    W.  />,;/rr5orr.  P-  £.     TELEPHONE:    j57J.  -       Z  7  f  Ptoj  rrj) 

/N  O  //>;.'/u<jn  u.  (tUti 

//,sh,,.    /V.    /Js< /-V:  At, 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 

i 

r 


ADDRESS: 


GENERAL:     >g^/>Are.    <^,>,^ne/rv     Sc"cA«.       t*rtts/r<.<r/r'o*i.     <Tg  .  


4- 


-//p.       -/uj    JjQl  A~      Si,,*./     J>st  ,  <j  *i.       />  r>  »  t.     -/ Aa      t  iV'r-     f  .  -//.g 


-A/  g      v-5"/>  »  r  /t-y-C  -/ /  n  /,/,,,,*  (J    ,?  //  J  J,  c  e  /V     ry.;  / 


-7* 


T 


sr/^rt r*  J  c  O  -/An  lociJc'-  s?  >f<X  ,,?,-*/  ^r/joT"'  c/ai.un  J ^  f 
A  A  C      £tJ  ',  ■>  •/fr  .  s?/,<jt  r      ^rAr,-s  /<v-f     i -A '*  * J.       <r)  >  <£  •'  


ZSAjsj'    /XJ,AA  -/Ail       //<■/■      Qic<-  >t>Lh,    /  ,/ry 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE  ' 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


P 


DISTRICT:     S?/^  s/'tSC 


CONSTRUCTION  PftOGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      s^y^c//  <ZC>. /£SS~ 


PROJECT  NO. :                 1<T97' /?  ?  CONTRACT  AMOUNT:    $  y*?Y  / 7Y ',  A 

PROJ.  NAME:  /YYt^fr.l^t/.*;^       CONTRACTOR:  ^f^f 
LENGTH:        A'/xl    FROM  (town):     y/A y1^  <  sQi, 


COUNTY  ./tj&ugg&a  <  ZitihUif  rtrtf/jJ.  AWARD  DATE :   j/„„  J fi -/?.'<? V 


CONTRACT  TIME:  7^' 
ORDER  TO  PROCEED  DATE:  /Z- /9-  &  g 

X  COMPLETE:  /0$  

X  TIME  USED:  y#  

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  c9./6.g*/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:^  yi'S/Q 

PROJECT  MANAGER:     A/.**£»u/cA  TELEPHONE:  ^v</>Mr^ 

NO.  OF  ENG.1  PERSONNEL  EMPLOYED: 


Z2_       ADDRESS:  f  ^/^>^/y 


GENERAL: 
/?1J 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

I 

YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22lF 


DISTRICT:  &/eAjJirtr 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Ajh/?C/J  ZC.  /9<fS^ 

PROJECT  NO.:     ^/f?  </&  9(4)  DATE  SURVEY  AUTHORIZED:  /Z'9~<F3 

PRO  J.  NAME:  /y^ggg.  ^V^S^DATE  WORK  STARTED:   

LENGTH:       ^ £  /*//£z£>   ESTIMATED  COMPLETION  DATE:  /fa'C 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   , —  TELEPHONE:  g^£-/<?5i3  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  £/sA>a/>**T 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    £fe_£Cj±  Z,C;  J 9J>£^ 

PROJECT  NO.:     &/f  <?00£  f  %  )  DATE  SURVEY  AUTHORIZED:      /-/g  ^£jf 

PRO  J.  NAME:  7%*Af/>JQ*/  Ctft&k  ^/g/fl££"T)  ATE 
LENGTH:        0> .  3"  /-/^^=3  


WORK  STARTED: 


ESTIMATED  COMPLETION  DATE: 


/US 


DATE  SUBMITTED  TO  DISTRICT: 
NO.  PERSONNEL  ASSIGNED 


:    /).  ^S^a/^l/OC^y^  TELEPHONE:       <ZSZ  ~/Q  £3 


%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  Q\e<\dWC 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      3  -  2-  io  -  <?-^ 


PROJECT  NO.:   "*    &00*  {'  J   DATE  SURVEY  AUTHORIZED:   

PRO  J.  NAME:  Cl£iuLu£  -  QAuj&*»  Cc  <  DATE  WORK  STARTED:  /-/7"^^" 

LENGTH:  ,h»    /r>'»/^>   ESTIMATED  COMPLETION  DATE:  *+-jg'P£~ 

DATE  SUBMITTED  TO  DISTRICT:  ZjlLJlZlL 

PROJECT  MANAGER:  U^LL^f   TELEPHONE:        34g~~  2,? 77  

NO.  PERSONNEL  ASSIGNED:     _£>   %  COMPLETE:   

(/ajcc/l.  azcutd  cr/*/r/y  Tof**! 
\re  snails 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  _^C_£^yOiye 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  /f S  ST/c,  -/  (' i)  H    DATE  SURVEY  AUTHORIZED:       7  /  g  /  jS 
~£     £  s  -j.-/ 1  -  /  C  >  c' 

PRO  J.  NAME:     .  Ooic/Cocr  -use^r     DATE  WORK  STARTED:   

f  (Ta  AC  t(?  t£>C  C  -         *'  J  ,  , 

LENGTH:  /    ^w/^(T^   ESTIMATED  COMPLETION  DATE:      /  ~Z /zi  / r*~ 

DATE  SUBMITTED  TO  DISTRICT:     _?/?_-?  /  gj" 

PROJECT  MANAGER:   TELEPHONE:   ^  


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  CCjWOts/S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /^/?/?C/J    ZC  A  /^g^ 


PROJECTNO.:      8  £  j     i^'W  -  /  (,  )  IS    DATE  SURVEY  AUTHORIZED:      l~L  //  1  /fV 

PROJ.  NAME:     M  C    Of  /W/<-Q£CD    DATE  WORK  STARTED: 

'3   


LENGTH:  f) .   V   *»Q  t  <-  <T  S  ESTIMATED  COMPLETION  DATE:      \~L  j  Zl  I  f  S' 

DATE  SUBMITTED  TO  DISTRICT:      J  /  z  1  / 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   Q   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6,  j  €~/VQ.<./<r 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /?<:>/    ZC  I^QT 

PROJECT  NO.:      /t  -5     *-)  2  f  -/(*/)        DATE  SURVEY  AUTHORIZED:  Z  ////i^T 
PROJ.  NAME:      /y'-fJ/-/^/4  -  ^  o  ^  rri       DATE  WORK  STARTED:  > - 


LENGTH:  /J.  V    /W/  c  €  S  ESTIMATED  COMPLETION  DATE:      I  /c,/ ?c 

DATE  SUBMITTED  TO  DISTRICT:      3 /  Z.1 

PROJECT  MANAGER:   *<2zl   TELEPHONE:     

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  e 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  yrfaS^A  //y/^i" 

PROJECT  NO.  '.rffSSl/S  f<sr_)<£7  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME :  7SX&/*s  ti/^/l)  /^^/^4^^/DATE  WORK  STARTED:  /f<£4~ 

LENGTH :    ESTIMATED  COMPLETION  DATE:  Y-^"-  8dT 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /tig/A^tS /  *  A  TELEPHONE:  iT^-^^T^  

NO.  PERSONNEL  ASSIGNED:  &  %  COMPLETE:  &£~°/o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      C  £  <T^/Q  iV<T 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /W^/f<T//    ZC.  1^)$^ 

PROJECT  NO.:     g  e  S     3ZO  -Z(/)^"       DATE  SURVEY  AUTHORIZED:      j/  // f 

PRO  J.  NAME:       Q '  f/l  LCoaS     C/Ctre-x    DATE  WORK  STARTED:   ' — 

(  S  <-v.     X  s  ^^^> 

LENGTH:  Q,  •»/         /  <  <?  j  ESTIMATED  COMPLETION  DATE:      /  z/zn  /ff 

DATE  SUBMITTED  TO  DISTRICT:       3  J ~L  1  It  f 

PROJECT  MANAGER:   TELEPHONE:     

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O  °/\,  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     &C€'^£>  /*? 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /y?#/?Cs/    Z  C.  (flff 

PROJECT  NO.:  B  R  S  ?  1  $  -  I  ( /)  1  DATE  SURVEY  AUTHORIZED:  IZ  /  /  j//W 
PROJ.  NAME:     /V.  £.     Of    /j  £  g/W      DATE  WORK  STARTED:   ■*^- 


LENGTH:         S).  <J  /  c  e  J  ESTIMATED  COMPLETION  DATE:      /7  1 71  / <T  ^ 

DATE  SUBMITTED  TO  DISTRICT:  3 JjLl  I  Z  J" 
PROJECT  MANAGER:  -""^  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  V> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     &  C  <T/V  O  ,  S<T 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /V7/?  /ZcH   Z  C  ,  /J^gS" 

PROJECT  NO.:  Z  Q  /   -  Z  ( t  )?C     DATE  SURVEY  AUTHORIZED:         /  /  j  $  / 

PROJ.  NAME:     /f  /C//<L        O    (To .  £/,»/<r-*/DATE  WORK  STARTED:   

LENGTH:        1.  ^    /W/g-j   ESTIMATED  COMPLETION  DATE:  *fJjoJfS 

DATE  SUBMITTED  TO  DISTRICT:      j/z  1  /  fjj 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  °/o 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:       V>3  & 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^l^jzA^L  

PROJECT  NO.:     £  S  2  S  3  -  2-(t  )3  C.         DATE  SURVEY  AUTHORIZED:  (tJEzl-L 
PROJ.  NAME:    B^ocU^o^     M  f  $  DATE  WORK  STARTED:  //~S~- 

LENGTH :  9-  9   ESTIMATED  COMPLETION  DATE:  3'3Q'^ 

DATE  SUBMITTED  TO  DISTRICT:  Z~7 ' 

PROJECT  MANAGER:     &>V^«*J  TELEPHONE:      36,  f-        7  7  

NO.  PERSONNEL  ASSIGNED:     «■/  £  -T  %  COMPLETE:  /DP  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     <£,  C  f    a  i -J <r 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      M/lZe/l   7  <*y 

PROJECT  NO.:     £j>     ?  t£  ~!  -  /  ( /  )  DATE  SURVEY  AUTHORIZED:        g/g  7  / W 

PROJ.  NAME:      6V r ^ S  r  £7  f  -  r     DATE  WORK  STARTED:   

LENGTH:         C,  7.   ^?  /  <r  g  Ji   ESTIMATED  COMPLETION  DATE:      J  /(*,/?  G 

DATE  SUBMITTED  TO  DISTRICT:     j/z  7  /  f£~ 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   Q  '/^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      &  C  <T/V  O  j  v/<f 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /YlAtCM    ?  C ,  l^g^ 

PROJECT  NO.:  Z  -  /  (  ^)  I  S~  DATE  SURVEY  AUTHORIZED:  /l  1  //  */ 

PROJ.  NAME:     Rita  S€rT  zJLSjgL        DATE  W0RK  STARTED :   

LENGTH:         ~7.  ?.     -^7/  c  t'J   ESTIMATED  COMPLETION  DATE:      /V?^/fc//  /<?f  C 

DATE  SUBMITTED  TO  DISTRICT:      j/z  7  /<TT 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     &C  <TsSO^/€ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /vn  t-lfC/-/    Z<~  ,  13  f  S* 

PROJECT  NO.:     JZ  e         -V  ( 4*)'Z&     DATE  SURVEY  AUTHORIZED:       Z  Jzc/rs~ 

PROJ.  NAME:      /V-7  /  c  r-J  G         -  <*/es  r  DATE  WORK  STARTED:   

LENGTH:       g,  /     -^V7  /  c  g£   ESTIMATED  COMPLETION  DATE:  /i/jz/srf 

DATE  SUBMITTED  TO  DISTRICT:      ^/zi  /gS' 
PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   <^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^_^£yJ_Oj_^f 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <? //    Z  C.  J^PS" 

PROJECT  NO.  :     Xjt   9"/  -J  (j'A  lO^      DATE  SURVEY  AUTHORIZED:       ///y  o//V 

PROJ.  NAME:      i^J,  e^c6<JQ    3^*sr:      DATE  WORK  STARTED:   — - 

LENGTH:        //  .J     ^7/  <.  c  J   ESTIMATED  COMPLETION  DATE:  /e/iv/fS' 

DATE  SUBMITTED  TO  DISTRICT:  f/zi/f-T 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  dVo 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:         £  C s</ O 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /V7  /)  £C  H    Z  C  , 


PROJECT  NO.:      f  SI  -  C  (  z)  ZJQ     DATE  SURVEY  AUTHORIZED:       Z  it  f  /fS" 

PROJ.  NAME:       C /£CC  t~  -  <T/?±  T~  DATE  WORK  STARTED:   ~^>- 

LENGTH:         /I    I  g     ^y?  /  c  f  S  ESTIMATED  COMPLETION  DATE:  S/jSjfC 

DATE  SUBMITTED  TO  DISTRICT:       3  /z  7/<f-T 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  <~  %  COMPLETE:  O  °/0 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  £L£VOlV£~ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3~2-&"&^ 


PROJECT  NO.:     F  C  Z.  "  2.      )  3  7  DATE  SURVEY  AUTHORIZED: 


PRO  J.  NAME:  SiQAJ£^-  fiJOfliHUJZsT        DATE  WORK  STARTED: 

LENGTH:  A    ESTIMATED  COMPLETION  DATE:  ,  3 J.  I 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     A/,  iCZUy   TELEPHONE:  <T-  7  7  

NO.  PERSONNEL  ASSIGNED:        <Q   %  COMPLETE:  ^g?  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:         L  c rJ O  'V^~ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /vl/iecH  ZCf^ZS 

PROJECT  NO.:      gtfr  SI  '3  (  i  )lQ       DATE  SURVEY  AUTHORIZED:       /  //l  /f  V 
PROJ.  NAME:       {J S  £S     C/?sS  (T  i  DATE  WORK  STARTED:   <£2~ 


LENGTH:  Q  .   C    &±  t  £  ^ s  ESTIMATED  COMPLETION  DATE:      V/j  p/f-T 

DATE  SUBMITTED  TO  DISTRICT:      Jf/z  1  /  J?S 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  Vo 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  £/*/vJ/S£- 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     £z&*£C£L  ZCf  tfJfS^ 

>•  :  f  /C £gjj£_  DATE  SURVEY  AUTHORIZED:      3  ~  /  ~ 

PRO  J.  NAME:  "  A^><e/7/     DATE  WORK  STARTED:  J-/f-^^~ 

LENGTH:  0  /tf/j£5   ESTIMATED  COMPLETION  DATE:  Jfc&fa&" 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  NO. 


PROJECT  MANAGER:  U/fZ* fl/fr/P C/£%L-  TELEPHONE:  <?J>£-  /0<f^ 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  frS' 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:         j  t^/O  tSf 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      />V7  A  tfcH    7  <.-,.  J'lfS 

PROJECT  NO.:     F  31  -3  (  Q  <^9      DATE  SURVEY  AUTHORIZED:       2  jjjljL£. 
PROJ.  NAME:      /I  S  // C  sOsSQ  -  <Ts?  s  r      DATE  WORK  STARTED: 


LENGTH:        ~7.  F    sv*  t  t  fx   ESTIMATED  COMPLETION  DATE:      </  //  jT/f  -T 

DATE  SUBMITTED  TO  DISTRICT:      3  Jz  7/  ff 

PROJECT  MANAGER:   -   TELEPHONE:     

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O  Y» 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ££>Ajrf(SC 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    A £/2<J*/Q.  p  2C,  rfff 

PROJECT  NO.:     p /£ -    DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:   M/tS  (Z/y  Ah<<>Mri)esr       DATE  WORK  STARTED:         Z  -/?-<P.T~ 

LENGTH:       7  7  rfj/   ESTIMATED  COMPLETION  DATE:  X/q/2C/i 

DATE  SUBMITTED  TO  DISTRICT:  J^/S^ 

PROJECT  MANAGER:    £lffrv e^^b^MW^  TELEPHONE:        23Z  -  /<D?5  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  S00   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  <Zcc^e,J<r 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      A>n Z<~.  t^f<T 

PROJECT  NO.:  g££_  /<J  -  C  (  i)  ZS1  DATE  SURVEY  AUTHORIZED:  ///  -7  /^W 
PROJ.  NAME:     Po£Ct/  Q\/<r/e rca^i  DATE  WORK  STARTED:  -~ 


LENGTH:        <Q-  3    svn /CC  S.   ESTIMATED  COMPLETION  DATE:      iz/zih  ST 

DATE  SUBMITTED  TO  DISTRICT:  j/zi/sf 

PROJECT  MANAGER:     TELEPHONE:  ^  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   (3  V* 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  &C<£sS0/</te 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^7/7>fC//   Z^,  (2ff 

PROJECT  NO.:      £  Z  -  /  (?)   VC  DATE  SURVEY  AUTHORIZED:  l//z/f4 

PROJ.  NAME:    /O?  C  C  <W   Co,  <f/^<r  ^f^DATE  WORK  STARTED:     ■  — 

LENGTH:       3  £  2    t¥LLL££  ESTIMATED  COMPLETION  DATE:  ^/zc/lf 

DATE  SUBMITTED  TO  DISTRICT:      y/z~l/ /F 
PROJECT  MANAGER:   TELEPHONE:  "  


NO.  PERSONNEL  ASSIGNED:  -   %  COMPLETE:   Q  °A 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      C<L<?  /vo  /v<r 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /^l/}£cH    ?C  ,  /<3f£~ 

—  «  

PROJECT  NO.:      gRP  /-  /  0  (js)  6?<?   DATE  SURVEY  AUTHORIZED:       /  /  /  S~  /  8  *4 

PROJ.  NAME:      S  0  *      (T  C  O  <r/£  C^.  -   DATE  WORK  STARTED:  

LENGTH:        £i.  -7  /  c  <r.r   ESTIMATED  COMPLETION  DATE:      \  ~L  / 11  / g 

DATE  SUBMITTED  TO  DISTRICT:      3/zi  j  K  S~ 

PROJECT  MANAGER:   TELEPHONE:    -^-w  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O  "/^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DI STRI CT :  & /<!,id/  J<L~ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /rftrcj  26,  /%£T 

PROJECT  NO.:     fr/6  /-j  C/t)  S^/C  DATE  SURVEY  AUTHORIZED:  jg-7-&£ 

PROJ.  NAME:     A^S^uxl-  liJ^St  DATE  WORK  STARTED:  ^-^/-<f>S' 

LENGTH:  g.  <J     /??, '  ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     j).  2)i/  ro  c  J, '  es*         TELEPHONE:         £  /7£6*  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  Z 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Q  |<fn<g/ll/cf 

-PftemrraARY  survey  progress  report 

FOR  THE  PERIOD  ENDING:     3-        ,  frtf  

PROJECT  NO.:    DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:  Rental  jf'fc  pile*  zlliM  DATE  WORK  STARTED:  3-V-?6~ 

LENGTH:    ESTIMATED  COMPLETION  DATE:     ,?-  Z9-f^ 

DATE  SUBMITTED  TO  DISTRICT:    3-  Z 

PROJECT  MANAGER:      N,  K^i-^y   TELEPHONE:       3t>  T'  2.P7  7  

NO.  PERSONNEL  ASSIGNED:      H       ST  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:   fej  1 1  /'naS 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     f^tdfch  "2.4 ' 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

f^S  3071-/  (/)  a 
^immck  ^d.-MoJi- 

^^^v                                           *         ^^mm            '       ,                ■  ^ 

Hedging 

to> 

M_Q^^Oi_~  t_C  Q  Q_  _  _ 
l^rsi  Avenue -L3ure/ 

Overlay—  

<d 

'ft* 

Mosbs/-  Sau+h 

Pre- 

4-/ 

FU<<L-3X2)   

Shawnr\Li+  -  West 

ty±d£.nitf6L-  and 

Final 

e 

^S-j-^zSll  'X°  

B 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT:  jtfsZjtsMS* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8S 


PROJECT  NO.:    SsV  gg  9s)^frS 
PROJ.  NAME:  fio.^T  S.  &cU. 

LENGTH :        /  *  <T  ^**s  

COUNTY:  Su.a*ns*/isr  f  Sr««-c«aAre^c 
CONTRACT  TIME:     9<?  Zt)ajtjCJ^/c.  /Jays, 
ORDER  TO  PROCEED  DATE:     3~-^Z-  £j& 

%  COMPLETE:  9 ?  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:    $    ^f^y/^/  ?Q 
CONTRACTOR:    Mc/^TVA!*-  S2aj3T&  &  , 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE: 

ADDRESS: 


PROJECT  MANAGER:    &  jCe^a*/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:       j{/o    UJoaC/c  ^se**/  <^b*s^-   e      -r&AZ /^^Jef^— 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  QuutUil^S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    PJ\jLYc\\    %*>  1585 

PROJECT  NO.:    //?  f&zS&fQ.  CONTRACT  AMOUNT:     $  2  Q72  A  % 

PROJ.  NAME:  fcfc  C.A/   f,  j  W.      CONTRACTOR:     Enp))rr.    Sa»J  (  G*x\,o\ 

LENGTH :       fA  H    /A'.1**  FR0M  (town) :  BliU^jS  

COUNTY :  I fu/^tCV   AWARD  DATE:        /?-  2Q><93  

CONTRACT  TIME:    AC)  U/olr^r,  Djiyc  DATE  WORK  STARTED:       o>  -  7-  /? 3 

ORDER  TO  PROCEED  DATE:     3-  J^-fl  3         PROBABLE  COMPLETION  DATE:   

%  COMPLETE:         \  CsO   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  ^3    NO.  SHIFTS  PER  DAY:  \t   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:     /)>  3  '8^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:    r  ■  

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  l4j,*fn*A*         TELEPHONE:  g<TZ-   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:        B'i  lll  'r\   


GENERAL :        £jj^U        S  1 1 *j  *>      $    < ^ j>        V  fc]p  a  <\^X.  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


/  7 


CMS-14 


DISTRICT:  £/l£j/JGS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        3z3h  #5 


PROJECT  NO.  :  9       P  ? 

PRO  J.  NAME:  ^aafig  JZZgKAKfr  S /? 
LENGTH :   S,  g  /??^-<r 

C0UNTY:   


CONTRACT  TIME: 


8Q  ^v? 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  ~— 
%  TIME  USED:   


CONTRACT  AMOUNT:     $  (  &>fi  ;g£3.,39 
CONTRACTOR:  ?  Ght,^ 

FROM  (town):  SciMiGJL  

AWARD  DATE:  /0-J3/-X.i/  

DATE  WORK  STARTED:   


j2l 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE: 

O  ADDRESS: 


j2_ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  B,LU^^ 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  4-\ -fig  

PROJECT  NO.:  XD?>0-<3t3&)         1)2.  CONTRACT  AMOUNT:     $  14^723,  7.11.  S°> 

PROJ.  NAME:  LoOG^C^A^'  finUT^  CONTRACTOR:  BfrVge'-S  Gg^S£fflL  Cc*jS2.,l*iC. 

LENGTH :       /A  7  A?/lg>5   FROM  (town):     BUTT^  /^OaJTAAJA 

COUNTY:               iX^.ht   AWARD  DATE:  3-3Q-^3  

CONTRACT  TIME:  ZSO  UJoAZIQhlC  DAV5  DATE  WORK  STARTED:       g  -Z7-B4- 

ORDER  TO  PROCEED  DATE:   /Q-3/-33  PROBABLE  COMPLETION  DATE:  IG-I-&S 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:       /  7o  S~ 

%  TIME  USED:             <4&,%   NO.  SHIFTS  PER  DAY:   2.  

NO.  MEN  EMPLOYED:             23   NO.  HOURS  PER  SHIFT:  <^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  D.C  ktTTPl<>n/J  TELEPHONE :  ZSZ~  4-/  4^5-7^5 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     S_  ADDRESS:     RQ.  /5e>X  L4-7.  

GENERAL :    FkoGlcL^^S,  Fh  it£  .   bJ^Pt  /A!                           0&Al£>t<Zl=C>  G  F= 

Ml*  4  Qfi&frCn  dG4?ee&47&S  ti/We            C(?Q£>HED,   I  reus 

/Qajd  P^erFr/jr^  Com*  f=^r  f^Li^^i  Mi  sc.  gZ^; 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  31,  1985 


I  ID  90-9  (62)543 
P  74-1  (2)  0  U-2 


PROJECT  NO. : 
PRO  J.  NAME:  Wyola  South  &  Wyola  Conn. 

LENGTH:  _ 
COUNTY:       Big  Horn 
CONTRACT  TIME: 


5.8  Miles 


CONTRACT  AMOUNT:     $  7,977,895.95 

CONTRACTOR:     Hilde  Construction  Company,  Inc. 

FROM  (town):    Great  Falls,  Montana 

AWARD  DATE: 


8-26-83 


220  WD 


DATE  WORK  STARTED: 


4-9-84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  55 
%  TIME  USED: 


8-29-83 


71 


NO.  MEN  EMPLOYED: 


33 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


8-15-85 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE:  343-2501 

I  ADDRESS: 


R.J  Schaak 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


Box  366 


Wyola.  Montana,  59089 


GENERAL :     Work  in  progress  consists  of  Hilde  Const.  Co.,  Inc.,  crushing  and 
stockpiling  Plant  Mix  Surfacing  Aggregates.  Crushing  operations  were  completed 
on  March  13,  1985.  No  other  work  was  done  on  the  project.  


A  2  person  engineering  crew  spent  the  reporting  period  checking  and  preparing 
field  notes  in  the  office. 


s 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT; 


Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  31,  1985 


PROJECT  NO.:    I  ID  9O-9  (38)549  U-2 


PROJ.  NAME:  Wyoming  Line  North 

LENGTH:  5*2  Mile*  

COUNTY:       Big  Horn  


CONTRACT  AMOUNT:     $  7t26l,l80.56 
CONTRACTOR:      Hilde  Construction  Company.  Inc. 
FROM  (town):    Great  Palls,  Montana 
AWARD  DATE:  8-5-83  


CONTRACT  TIME: 


220  WD 


DATE  WORK  STARTED: 


9-6-83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  58 
%  TIME  USED: 


8-5-83 


71 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  _0_ 
NO.  HOURS  PER  SHIFT:  C 


6-15-85 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

_       TELEPHONE:  3^3-2501 
ADDRESS : 


PROJECT  MANAGER: 


R.J.  Schaak 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Box  366 


Wyola,  Montana,  59089 


GENERAL: 


No  work  by  the  contractor.  Winter  shutdown. 


A  2  person  engineering  crew  spent  the  reporting  peribod  checking  and 
preparing  field  notes  in  the  office.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

A 


DISTRICT:  gu//A/6S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     A9/)/ecM  2 [£,  /3^5 


PROJECT  NO.:  jc.^.u^  as-AlsQaz 
PRO  J.  NAME:  <solJT„  

LENGTH:        &i  &  tft/tfi  

COUNTY :  G&e&m  

CONTRACT  TIME:  gjLtJi 
ORDER  TO  PROCEED  DATE:  x-s-fj* 

%  COMPLETE:  9/  

%  TIME  USED:  _j^2  


NO.  MEN  EMPLOYED: 


u2- 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  /.  6<C/  073  .  *7 
CONTRACTOR:    4SmB£M    £&&U£aJ2£ll  EM* 
FROM  (town):     jf/A/A     4&&£z  s#,a;as. 

AWARD  DATE:     3^  ^   

DATE  WORK  STARTED:     ^UL^  tA 
PROBABLE  COMPLETION  DATE:  <6-Pa-£S 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


//A 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:     ^  /?;  4g£&4L 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


GENERAL: 


22feaJ — /?Xaj&s.  J~ — £JL  uaiOLMJt  ^/^^  £4i2lL  dbAAB. 


s 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

A  / 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3'3J'8S 


PROJECT  NO.:  F'/Z*-AfiFX~?-/(2>)<DU-t 

PRO  J.  NAME:  Qjfcj)  fairjQfilf-  A/SAf 

LENGTH :  X  7   

COUNTY:  £/G  MtfA/ 


CONTRACT  TIME: 


U>1>  £*r 


CONTRACT  AMOUNT:     $  6t36>5,  493.09 
CONTRACTOR:     £.M  £>f7£nA_  f  \<Qm£)  ZiC 

FROM  (town):        rf?/^  rtsTif  

AWARD  DATE:   


DATE  WORK  STARTED: 


7-Z3-  M 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   2L 

%  TIME  USED:  ^5 
NO.  MEN  EMPLOYED:  / 


PROBABLE  COMPLETION  DATE:  7'3hSS 
NO.  DAYS  WORKED  PER  WEEK:  Q 

NO.  SHIFTS  PER  DAY:   O  

HOURS  PER  SHIFT:  Q  


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Ahspj&t  A  p7r/tM/    TELEPHONE:       2.  ¥3 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    Z—       ADDRESS:  BuLLtiJGS 


GENERAL: 


77//S  /kfrAO  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3~3/'R5 


PROJECT  NO.:     /fcs37-J (j)zsj frM/fal  CONTRACT  AMOUNT:     $  2^3^3-/6 
PRO  J.  NAME:      S^rV  CONTRACTOR:        £>Mo  ^A/ST,  JTa/£. 


LENGTH: 
COUNTY: 


Q,Q  mi  lbs 


FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME:       3Q   kJaeforiG  /^S    DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  4-/6~85 

%  COMPLETE:   j£  

%  TIME  USED:  Q 


NO.  MEN  EMPLOYED:   £ 

ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE:       </-2&  S5 

NO.  DAYS  WORKED  PER  WEEK:  _[  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  g  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   


PROJECT  MANAGER:  Afee&BT A  &r?ff2M/  TELEPHONE:  Zf3  -^SOZ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _3_       ADDRESS:  P>/6Qa/&S 


general:  &£>*&Lr    /fes  4%-/t 'til  T//£  &AJne4en>e 
 &2&£JL  Afas  Afd>r    r<S77ffiteZ>  /War.  &#r.<; 37-/(7)  25 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      March  28.1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH :  _ 
COUNTY: 


RTF  57-3(11)  88 
F-HES  57-3  (16)  97 

5Mi.East  of  Lewistown  E 


Grassrange  West 


14.9 


Fergus 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Passow   TELEPHONE:  538-8731 

ADDRESS :  . 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  4.5 


P.O.Box  491 


Lewistown,  Montana 


GENERAL:     A  four  man  engineering  crew  started  retracing  cpnter  line 

and  slope  staking  projects  on  2-25-85.  

 The  project  is  scheduled  for  letting  March  ?8,1985.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  March  PR.IQfiS 


PROJECT  NO.:  F  57-3  (09)121 
PRO J.  NAME:     Winnett  West 

LENGTH:        9.1  Miles  

COUNTY:     Fergus  -  Petroleum 


CONTRACT  AMOUNT:  $5,517,998.81 


CONTRACTOR:     Hilde  Const.  Co.  Inc. 
FROM  (town):  Great  Falls,  Montana 
AWARD  DATE: 


8/5/83 


CONTRACT  TIME:  160  Workonq  Days 
ORDER  TO  PROCEED  DATE:  8/26/83 

%  COMPLETE:    97 

%  TIME  USED: 


DATE  WORK  STARTED:       August  304383 


86 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


7/1/85 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        pacCnw  TELEPHONE: 

ADDRESS:      P.O.Box  491 


Passow 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


538-8731 


1=2 


Lewis town,  Montana 


GENERAL:     Seal  and  Cover  and  Final  Striping  remain  to  be  completed  

— in  the  1985  construction  spasnn  A  one  to  two  man  engineering  crew  is  working 
 on  project  final .   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     March  28.1985 


RTF  61-3(4)50 
PROJECT  NO.:  RTF  61-4(3)108 


PROJ.  NAME:  6Mi  Jjof  Grassrange 
S  of  Zortman  N  E 

LENGTH :        26.6.  Miles  


COUNTY:  Fergus/  Phillips 
CONTRACT  TIME: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PPOBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   PasSQW  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Q_  ADDRESS: 


538-8731 


P.O.Box  491 


Lewis town,  Montana 


GENERAL:      The  project  is  sceduled  for  letting  March  28,1985 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    March  28,iq85 


PROJECT  NO.:  RS  236-1(6)32 

PRO J.  NAME:    Winifred-  P.N. Ferry 

LENGTH:  17.0  Miles  

COUNTY:  Fergus  


CONTRACT  AMOUNT:  $304.782.20  

CONTRACTOR:    Wickens  Construction  Inc. 

FROM  (town) :    Lewistown,  Montana  

AWARD  DATE:        July  6,1984  


CONTRACT  TIME:      48  Working  Days 


DATE  WORK  STARTED:      August  20,1984 


ORDER  TO  PROCEED  DATE:    July  30,1984 

%  COMPLETE:  1QQ  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


94 
JL 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


May  1985 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Passnw 


538-8731 


TELEPHONE : 

ADDRESS:      P.O.BOX  491 


Lewistown,  Montana 


GENERAL :    Final  inspection  will  be  delayed  until  after  spring  breakup 
as  per  County  Commissioners  request.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  28,1985 


RS  000S(r>8)  Signs  Fergus  Co. 
PROJECT  NO.:    RS  nnns(fiQ)Si gns  .luri.Rsn  CONTRACT  AMOUNT:     $  18,829.50 


PRO J.  NAME:   

LENGTH:       68.7  Miles 


COUNTY:  Fergus  &  Judith  Basin 
CONTRACT  TIME:       30  Working  Days 


CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


L. A. Construction 
Havre,  Montana 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   Q_ 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


April  16,1985 


0 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


May  31,1985 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Passow   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


538-8731 


P.O.Box  491 


Lewistown ,  Montana 


GENERAL :    A  Preconstruction  Conference  was  held  in  the  Lewistown  Area 
office  on  March  20,1985.  Contractor  arivispri  that,  hp  anticipates  starting 
work  on  April  1,1985  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     s&J/zJ/   Ji7.  / 93  <Z 


/??  /fa — (AX 


PROJECT  NO. : 

PRO  J.  NAME:     /fs/n/r/os.^  a?/ia/? 

LENGTH:   /?.  -V9  J?/jL*JS 

COUNTY:         y^^  ^.qhj^  r&suA 


CONTRACT  TIME:  9a  (tJJ2£jt/jU^  gg^ 
ORDER  TO  PROCEED  DATE:      4  /6-8* 

%  COMPLETE:  93  

%  TIME  USED:  /go  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  3^/  .  33 

CONTRACTOR:    ^Apir¥  ^ 

FROM  (town):      Si^iaja^  #?r.  

AWARD  DATE:  Z,93.3 


DATE  WORK  STARTED:  ,4  ;93* 

PROBABLE  COMPLETION  DATE:  £££ 


NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     ^  ^,   ^gg&j/  TELEPHONE:         |&£g  -3aZ  7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  222££JtL 


A//* 


GENERAL:      Tfffcg  je&aTAer   eat££JCL  teitti&Z    ^r//vT  /p^usa,'    usrr»  *jg#f 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3l£&£&&.  

PROJECT  NO.:  /OO^Cl)  CONTRACT  AMOUNT:     $  /g9  2<?/,  ftp 

PRO  J.  NAME:   &e*uQ  £  AV* ST  V/  CONTRACTOR:  Xhl6- 

LENGTH :     £>.QQ  /T?//L^   FROM  (town):  fti^^^S  

COUNTY:      Y^UDcQ STOP g.   AWARD  DATE:  8S  

CONTRACT  TIME:  £p ^(jJA)E  26j  /9R^  DATE  WORK  STARTED:  ^ —  

ORDER  TO  PROCEED  DATE:       2- 5  85  PROBABLE  COMPLETION  DATE:  &-2£~&S 

%  COMPLETE:  Q   NO.  DAYS  WORKED  PER  WEEK:  ^  • 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   g — 

NO.  MEN  EMPLOYED:  g —   NO.  HOURS  PER  SHIFT:  ^  

ACTUAL  COMPLETION  DATE:  ^— 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  g —  

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    /QjOq/zq  PSk^^oU  TELEPHONE:  245^9SOZ   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^  ADDRESS:    Q/rpT  U/MH/AY* 

GENERAL:  ~7^/r  ^kgS/lrtST/?! j  dTiOA)  doOFedSKiCS  WAS  t4&/-Q  OfiJ 
W&UAD  .<STjq&T  \A)£>AkT  ARpuSTThe*  F,j2st  LVes,c  /V  /fe3g/z. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ?)-24>'83 

PROJECT  NO.:    //£S  4i<U  Lio)  ,  CONTRACT  AMOUNT:     $    7J}  Q&3.QO 

PRO  J.  NAME:    6§%l£,  iu^foSF "  Z_  CONTRACTOR:  /7?,DtA<QA  £/.^r/2i(L  &>..Zu< '. 

LENGTH :      d-OQ/vj/LeS   FROM  (town):  &/<ul/aJ&S  

COUNTY:      VzLLO^STQAtt   AWARD  DATE:  9'Z6^S^  

CONTRACT  TIME:  6Y /JPOtL  /.  J</B*  DATE  WORK  STARTED:  /0'Z9S^ 

ORDER  TO  PROCEED  DATE:      /£>-// -84  PROBABLE  COMPLETION  DATE:  ^--JO~8S 

%  COMPLETE:      34%   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:  < — '   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  3 

ACTUAL  COMPLETION  DATE:  -'— 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  " —  

EFFECTIVE  OPENING  DATE:  ■ — - 

PROJECT  MANAGER:     QgSiiQ.  3- S&MF*) TELEPHONE:  245~98oZ. 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      /)^7T  £>p  /J/d/JWAVS 

J3iLt-»u£S?  /7JT  


GENERAL:      \tJo£K   £OAl HJ=  £J. Tfi /<l/t/  /f  '  .S,6aJj.vG     /Tt=sr)  T  . 
/a/£  SoAjraikiTofc  PzAa/S  <Da/  71/ £  G/£a)AL  hh£^<:  ~Th,x 

7~T&ns  <S  /h/2de/OTA&££  domPL/rre.  &£&72h*al.  ztt^-s 
//DO  %  tfertipurr^  £r£/P,Aj(Z.  /*  £/**>/<j<£-  /r/rns  4s¥o  


V 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-29U 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ^.  ^7-<?£~ 


PROJECT  NO. : 
PRO  J.  NAME:    4+  jQ^e,  f  St  *£  Sr. 

LENGTH :  ///ya^sagrioV  

COUNTY:  ^o^7oa/£  

CONTRACT  TIME:  /)j>t^ 


CONTRACT  AMOUNT:     $      4-2.  Q 
CONTRACTOR :     Mj^A^a  /-xetrr&tc  Co . 

FROM  (town):  4£d*A£*Uk3±  

AWARD  DATE:  -S--g>- ?S  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  f& 
%  TIME  USED:   - 


s~-9 -S'S 


NO.  MEN  EMPLOYED; 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

_       TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  Q,  LoaAaJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


s3  /^Z^Vtfy  s 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 

DISTRICT:  /Qj^MJ^S_ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   

PROJECT  NO.:   S/flP  CONTRACT  AMOUNT:     $   336}  79ZOD 

PROJ.  NAME:  ■S^r,g%>Mf£^' StZ>Oc?H-£  CONTRACTOR:   £>7?P/££  fyQAJD/f  ££AQ6LCo.  , TAXL 

LENGTH:  J2 —   FR0M  (town):  jsfau&i££  

COUNTY:  ^f£^&^f fS^^OTiA^O  AWARD  DATE:        3  -  Jj~85  


CONTRACT  TIME:    <f3    Md.Q,   DATE  WORK  STARTED:   ^2  

ORDER  TO  PROCEED  DATE:  ^   PROBABLE  COMPLETION  DATE:  duty   lZt  /9$S" 

%  COMPLETE:   ^   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   ~   NO.  SHIFTS  PER  DAY:   "*-* 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   * — ' 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  "-t—  

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  Z3^/Z?  P  Sc»U/n/ilJ    TELEPHONE:       24S-°  6oZ.  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     O       ADDRESS:     DePT-    OP  l4l<^tUOfiVS 


GENERAL :      ~7£/S  r2e>J*£T  WAS   l£T  QtJ  /^/i/2UA^Y  28 j  /985. 

/Jj  JQRG,     7hE  ^OAjr/2/jerofL  piAMS  To  &TA/ZT  Crust* <f 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914  J  ,  ^ 


DISTRICT:  ^^/^gs 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3-  2  7-  i*S~ 


PROJECT  NO.:      y*fxf  9<?<£9  DATE  SURVEY  AUTHORIZED:      ^-X -> 

PRO  J.  NAME:    feX^^/^  f*'    DATE  WORK  STARTED:         ^  ~/^*  

LENGTH:  _    ESTIMATED  COMPLETION  DATE:   


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  <<T.  TELEPHONE:  JLS-J-  <f;j?& 
NO.  PERSONNEL  ASSIGNED:  -  %  COMPLETE:  jy  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^/Zc/^s 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J 7-  S'S' 


PROJECT  NO.:        A^,  Q£>  ( 7  )  DATE  SURVEY  AUTHORIZED:  -*0-y3 

PRO  J.  NAME:    %T,u^*Te*.  fc^e*.  fig.      DATE  WORK  STARTED:  ^-   

LENGTH:  —  ESTIMATED  COMPLETION  DATE:   


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:     <£.  ^>^>x/  TELEPHONE:  &££z 

NO.  PERSONNEL  ASSIGNED:     J  7*    £  %  COMPLETE:   <? O  s  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:    &  1 1 ,  ^ *  s 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ACrr,L  31    I  9  FS 


PROJECT  NO.:  Q)  O 
PRO  J.  NAME:  //a„dA.„*-  tfo«J 
LENGTH:   7  a/J^  


DATE  SURVEY  AUTHORIZED: 


DATE  WORK  STARTED:  /p  -  /<$  -  ji  ^. 
ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:  _ 
PROJECT  MANAGER:  fU  L  Qfl  /s  +  e.  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  & 


&3  7t- 
%  COMPLETE:  9S  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  <&,'// 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^xAsL  /°rZ5 

PROJECT  NO.:     fi>£  ££±  zJLCi  J  °  DATE  SURVEY  AUTHORIZED:    ^)  g  -  g/^jg 

PRO  J.  NAME:   Geyser-  -/>/c,s-//r  DATE  WORK  STARTED:       //-/9  -$-4- 

LENGTH :  ^  ^    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    1%h.  ?>* /Zr*.  TELEPHONE:  &&g~~8°7S/  

NO.  PERSONNEL  ASSIGNED:         q  -f  %  COMPLETE:       £p  ^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22lE 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  28.1985  

PROJECT  NO.:     RS  297-1(1)24   DATE  SURVEY  AUTHORIZED:  10/7/82 

PRO J.  NAME:     Hedqesville-  NOrth  DATE  WORK  STARTED:  H/15/82 

LENGTH:       8.0  Miles   ESTIMATED  COMPLETION  DATE:  N/A 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       Passow   TELEPHONE:  538-8731  


NO.  PERSONNEL  ASSIGNED:  4-5  %  COMPLETE:   90_ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     March  28.1985  

PROJECT  NO.:      RS  23fi-1(7)D   DATE  SURVEY  AUTHORIZED:     November  7.1984 

PROJ.  NAME:     Hilger-Winifred   DATE  WORK  STARTED:      February  8 ,1985 

LENGTH:        24.12  Miles   ESTIMATED  COMPLETION  DATE:  2/15/86 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      Passow   TELEPHONE:        538  8731  


NO.  PERSONNEL  ASSIGNED:  n  %  COMPLETE:  0   

Work  will  begin  when  crew  becomes  available 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     a/^^L  £l££. 

PROJECT  NO.:   /V?-  g  ft )  {  ?  DATE  SURVEY  AUTHORIZED:  

PRO  J.  NAME:  ^tlj  tC^-^r-e         DATE  WORK  STARTED:  /g 

LENGTH:   ESTIMATED  COMPLETION  DATE:  &-<f- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    fUe.  22e  TELEPHONE:         ;Tg^  -  ^^^Z  

NO.  PERSONNEL  ASSIGNED:      &  -y  %  COMPLETE:  g5  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     fii  LLol^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      V/^k  j°)8$ 

PROJECT  NO. :    if  £3*  2_( 3  )  34  DATE  SURVEY  AUTHORIZED: 


BroaLd  W/cW-r  lavm 


W/<5VT  L&viy\3. 

PROJ.  NAME:    S/iufU    ^ficfi  rtf)  DATE  WORK  STARTED:       /  -  3 )~  $L4 

i 

LENGTH:  g>     /^j   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    ft,     ^£-^1)^3.*  TELEPHONE:       24.f~   °)  /f  OZ  

NO.  PERSONNEL  ASSIGNED:  A  %  COMPLETE: 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  jS/^C/A/aS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     F  £3~/£&)  £>  DATE  SURVEY  AUTHORIZED:      j2  S~  S3 

PRO  J.  NAME :  &/<^y*6^  -  &/&>flDUt  <z\J         DATE  WORK  STARTED:        /-/£>  -<^4 

LENGTH:  28  >  4  /D/LgS   ESTIMATED  COMPLETION  DATE:  5-/Q-&S 

DATE  SUBMITTED  TO  DISTRICT:    /Z  "5  S3 

PROJECT  MANAGER:  D/)u,D  /?  %&&ggg§jt   TELEPHONE:      £45'  9SOZ  

NO.  PERSONNEL  ASSIGNED:         j[  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  BiLU^GS 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Aftfec/l  2S, 

PROJECT  NO.:     F  /Q-2.(3)3Q  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:     l<Le/M  -  SouTlJ  DATE  WORK  STARTED:      2  ~Z1  ~&<5 

LENGTH:  B   ESTIMATED  COMPLETION  DATE:  4~IS-BG 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  D.C  JCiTTeUE£>t4  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:      _jj_   %  COMPLETE:  /C  %  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  s^s*s&~ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        3-JZ7-  <£jT  

PROJECT  NO.:  & DATE  SURVEY  AUTHORIZED:  ^-/-cfy 

PRO  J.  NAME:  -  /vl <?SSsr>A/ a/     DATE  WORK  STARTED:      ^-  /9-PS 

LENGTH:         ^  9  StT 5   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ,  Z*>aZ*3a/  TELEPHONE:  <ZS~2.~   

NO.  PERSONNEL  ASSIGNED:     £  7c   4-  %  COMPLETE:   /j?"  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  rf^,,^^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-J  7-<2'& 

PROJECT  NO.:  S/2  90?  C/o  i )  *2  7  DATE  SURVEY  AUTHORIZED:    ^-^j  -  X<£ 

PRO  J.  NAME:    /j^st,  £  <  J  DATE  WORK  STARTED:  - 

LENGTH:  s  J .  £  /^//^s  ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:  ZSZ-   

NO.  PERSONNEL  ASSIGNED:   *  %  COMPLETE:  n 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:     B/LUfi>  65 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       3    3Q  ~  & 

PROJECT  NO.:  JT&  ?c-&  f/ec)  4t>/  DATE  SURVEY  AUTHORIZED:  //-  Z3  -34- 
PROJ.  NAME:    CeJUUtt&MZ  £MLj£jk&sr  DATE  W0RK  STARTED :  //-  Z<9 4 

LENGTH:         //  /S  SW/LtT*   ESTIMATED  COMPLETION  DATE:      4-  - A^=>~ 

DATE  SUBMITTED  TO  DISTRICT:       /  -  Z/'SS 
PROJECT  MANAGER:                 L TELEPHONE:            246  -  33  ZJ 
NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:   /CO  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Billinga 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  31 »  1985 

PROJECT  NO.:     IR  9^-1  (2»)61   DATE  SURVEY  AUTHORIZED:     /flW  Z3  (fff* 

PROJ.  NAME:  Hysham  East  and  West  DATE  WORK  STARTED:  1-17-85  

LENGTH:  17.3  Miles   ESTIMATED  COMPLETION  DATE:  3-31-85 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     R.  Schaak   TELEPHONE:  3^3-2501  

NO.  PERSONNEL  ASSIGNED:  8   %  COMPLETE:  65$   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  Billings 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       March  31 ,  198? 


PROJECT  NO.:   IR  94-1  (49)47   DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:   Custer  Interchange  East       DATE  WORK  STARTED:  1-10-85  

LENGTH:  10.7  Miles  ESTIMATED  COMPLETION  DATE:  2-28-85 


DATE  SUBMITTED  TO  DISTRICT:  3-1-85 


PROJECT  MANAGER:        B.  Schaafc   TELEPHONE:  343-2501 


NO.  PERSONNEL  ASSIGNED:        5   %  COMPLETE:  100* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS-16 

DISTRICT:  B//Z//tGS. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3-3JS5  

PROJECT  NO.:       JDP  g#  -/(Y?)0  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:     /2/E  ///<!!£   ttrCJti£  £.  DATE  WORK  STARTED:  /£-/7-#V 

LENGTH:  9  /77/LZS   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   .„ 

PROJECT  MANAGER:  &777t?fiA/  TELEPHONE:  Z4*.5-98Qg  

NO.  PERSONNEL  ASSIGNED:      _*$   %  COMPLETE:  ^5  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  /SjjU^g^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-Jt7-?^ 

PROJECT  NO.:  9^-Sr<S>  C& )        DATE  SURVEY  AUTHORIZED:       /-  ^P-ft- 

PRO  J.  NAME:  DATE  WORK  STARTED:  sa-J/-?*- 

LENGTH:   ^   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     <C  /^^a/J  TELEPHONE:  <Z*TZ-   

NO.  PERSONNEL  ASSIGNED:  —  %  COMPLETE:   /  a  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 


REV.  2/85 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PERCENT    %  WORK  COMPLETED 
TYPE  TIME         AND  ESTIMATED  CONTRACTOR  AND 

PROJECT  LOCATION  LENGTH  WORK  USED       COMPLETION  DATE  CONTRACT  AMOUNT 


GLAC  10(1),  200(1)     Cascade  &  Teton  Co.     3.086     Bituminous  paving     83.3%  96.7%      American  Asphalt,  Inc. 

&  909(1)  (1000)  06/11/85     $  447,041.00 


FH  61-1(5)  Flathead  County  9.655     Grading  and  —  .4%      Hilde  Construction  Co. 

aggregate  surfacing  —  Inc. 

$  4,033,405.45 


4 


